PLEASE  RETURN 

MONTANA 

DEPARTMENT  OF  HIGHWAYS 


Montana  State  Library 


3  0864  1006  6553  1 


MAY  1  4 1984 


MONTANA  STATE  LIBRARY 


NG I NEERING  AND'  cdNSTRUC fl ON 


ISSUED  THE  FIRST  MONDAY  OF  THE  MONTH 

MAY  7,  1984 


t 


DISTRICT: 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       A^J  z.S^  /9S4- 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


/ 


DISTRICT:  /Qu4m*JaL 

DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /f-,:  /  IS  /ffif 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 

MILE- 

STONF 

M-HRS 
USED 
THIS 
RFPftRT 

1\-Li  IT  Wl\  A 

PERIOD 

% 

pomp 

EST 

COMP 

DATF 

-3 

ajKes          qs.jU  c—  _ 

,-57. " 

_     _   fZ^1l.  _ 

t^n*-/ 

-0- 

B#F  £-/  (zz.)iolJ' 

22. 

/z- 
/9B7 

s- 1           y       -i—  y  — —  / 

O 

/9S(. 

_      .   .  j 

£mi  Lh/LJe*/-*-*  _ 

O 

ill  Am   zJ>o*Jkc+-ijT    _ 

/="  7*/{fA)38 

Prf//^ 

o 

/tfs-/ Z- 

/987 

i     •  //"          ^  // 

//#>  ~_-  _J-0£y^I/>^_  _ 

/(TO© 

6.f  /*);/,* 

7^ 

o 

PXU 

& 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT:  /r/fS6oo>6/1 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /7//ty  / 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $   V,  CA/.O/S.JHL 
CONTRACTOR:    /UeJLZXM&tT.  daAL*Z* 
FROM  (town):       /f/je/rsCAAf/J     ut/j  ■ 

AWARD  DATE:   3  .  2  3  -  #  ■? 

DATE  WORK  STARTED:         y  -  //  -  <? 3 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  

%  TIME  USED:   %_o  

NO.  MEN  EMPLOYED:  & 


PROBABLE  COMPLETION  DATE:    /)>)# y 

NO.  DAYS  WORKED  PER  WEEK:   

NO. 
NO. 


SHIFTS  PER  DAY: 
HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO.  OF  ENG 


PERSONNEL  EMPLOYED:  <p 


TELEPHONE : 
ADDRESS: 


ST,  V7 J. 


sr.  ££6/5  dfcn 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoaj^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  X -2  -6*/ 


PROJECT  NO.:    J-I6  <t0-//&ij  2?  u-8 
PRO  J.  NAME:     Sr.  P£*ts_£j!k£±    f  West 

LENGTH:  &  ,  &  f  

COUNTY:  <+1lAULSU±±  

CONTRACT  TIME:  22e  ^^.^  2^vx 
ORDER  TO  PROCEED  DATE:  /-/,$-£■</ 

%  COMPLETE:   s  

%  TIME  USED: 


4/ 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $      7.  8&8.  8t/ 

CONTRACTOR:     HM^^r^    f,„sr  to. 

FROM  (town):       M^co^^  £211  

AWARD  DATE:       .3^  .  jy0   

DATE  WORK  STARTED:      Mx>pc*  g  /ggg; 
PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   S_ 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


JL  /y  /jr  /Ws 


-21 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Jfr„,fr  z.  <f//»  TELEPHONE 

/tT        ADDRESS : 


<$  Y<7-  Z  Y6a 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Sr.  Eesr/r)  £Y7  57SCb 


GENERAL : 


S~i9o  i>  c  o 


XT'  fl^gPgr  'Ii    /  S     Z./  /a      (fr^ss/o  re  . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        jg^  /-  g±/ 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


■9a-  jjrzfez  ts-</ 


4*U 


41 


car  / 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


5<k 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   7g 


NO.  MEN  EMPLOYED: 


^3 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


-  -7-  S± 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  TbJl.:  j>  TELEPHONE:  :9~ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


DATE: 

~?~  3  - 

WEEK: 

/ 

3 


GENERAL :      ^  4 

 2  f<2 


T 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:      /f/^  /# 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3"^ 


PROJECT  NO.:  V?  CONTRACT  AMOUNT:    $  ^.  ^  r^SjSLA  /D 

PROJ.  NAME:  &baJLldss/  CONTRACTOR:     <*£j£Q_3L^_A  ^l^uL 

LENGTH :  „  t  £jj  FROM  (town):       c£^e*V  ^v/A 

COUNTY:  /VP/snira  /   AWARD  DATE:  *r S3  

CONTRACT  TIME:  us.n.   DATE  WORK  STARTED:  £^  -  3  J 

ORDER  TO  PROCEED  DATE:    gJlaJZLZ  PROBABLE  COMPLETION  DATE:       (£_W^  &  S 

1  COMPLETE:  / £   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  /j£   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  "T> .     \u  TELEPHONE:  -  ^  '£  .  ^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /j_       ADDRESS:  /V7  

t 

GENERAL:   _5^>  ,.  -    -  ? ^  r  ^OS         -TS?-^*?      -  - 

 7  °T~)  ~=  ?  — ^  — 

 ^/^^  L  a^c  .'/v -/   /"a  <  /.  /Lg  ^  ^  -  ■■'''  ■><  -     g  n 


4>r''<r/^r  iSg  <ZJL  s'.r  -?/rs> 


'-J  C  &  ,Z>  st?  /<-'  2 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       April  30,  1984 

PROJECT  NO.:     IR  90-2(73)119   CONTRACT  AMOUNT:     $  2,796,742.94 

PROJ.  NAME:      Clinton  East  and  West       CONTRACTOR:      American  Asphalt  Inc. 


LENGTH:  15.5  Miles   FROM  (town):   Missoula 

COUNTY:  Missoula  and  Granite  AWARD  DATE:       November  7,  1983 


CONTRACT  TIME:  108 

DATE  WORK  STARTED: 

Feb. 

28,  1984 

ORDER  TO  PROCEED  DATE: 

4- 

16-84 

PROBABLE  COMPLETION 

DATE: 

Aug.  1984 

%  COMPLETE:  3% 

NO.  DAYS  WORKED  PER 

WEEK: 

5 

%  TIME  USED:  9% 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

33 

NO.  HOURS  PER  SHIFT 

10 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  Allan 

J. 

Dutton 

TELEPHONE:  363- 

4420 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     10        ADDRESS:      Box  328,  Hamilton,  Mt. 


GENERAL:        Work  for  the  past  month  has  consisted  of;  Crusher  crushing  plant 
mix  and  oOG.F.C.  material.    Cold  milling  and  paving  operations  began  April  19, 
1984  in  traffic  lanes  of  East  and  West  Bound.    Highway  crew  consists  of  1  paver 
inspector,  1  milling  inspector,  1  Tester,  1  scalemen,  1  plant  inspector  and  1 
man  checking  signs.    Crack  Sealing  is  complete  on  this  job,  guardrail  people 
are  finished  except  for  removals  at  stations  700+00  and  702+5U  east  ana  west 
bound. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Missoula 

  » 


CONSTRUCTION  PROGRESS  REPORT 
Apri  1 

FOR  THE  PERIOD  ENDING:        M»*«K  30,  1984 


PROJECT  NO.:  IR  90-3(60)135   CONTRACT  AMOUNT:    $  1  ,422,689.22 

PROJ.  NAME:    Beavertail  -  East  CONTRACTOR:     American  Asphalt  Inc. 


LENGTH:  7.6  miles   FROM  (town):  Missoula 


COUNTY:  Granite 

AWARD  DATE:     November  .7, 

1983 

CONTRACT  TIME:            77  W 

•  D. 

DATE  WORK  STARTED:  Feb. 

28,  1984 

ORDER  TO  PROCEED  DATE: 

4-16-84 

PROBABLE  COMPLETION  DATE: 

Aug.  1984 

%  COMPLETE:  7% 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  11% 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

12 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  Allan 

J.  Dutton 

TELEPHONE:  363-4420 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      10       ADDRESS:         P.O.  Box  328 


Hamilton,  Montana  59840 

GENERAL:         Work  for  the  past  month  has  consisted  of  6  construction  men  working 

on  guardrail.    They  completed  what  they  could  on  April  27,  1984.  Removals 

and  concrete  median  rail  will  be  completed  after  paving  operations  are  complete. 

One  highway  person  inspecting.    Crack  Sealers  are  sealing  cracks  going  East 
bound  up  to  sta.  320+00.    One  highway  person  inspecting.. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  gfjlS^^* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       /I  PR/t-  Z  £  /9S^ 


PROJECT  NO.:  J££  ?<?  -  3  (<r&)  /4  2-  CONTRACT  AMOUNT:  $  2,  ZoT?  6  ^T?.  So 
PRO  J.  NAME:    &g^g  ^  CONTRACTOR:    S+SrTfA/  C*~sr.  C& 

LENGTH :  /fi.p    ^,+£<>  FROM  (town):     ^t* a£a /*"  s« . 


COUNTY:         Poy^£^   AWARD  DATE:  ✓ 

CONTRACT  TIME:         y  $       ^  DATE  WORK  STARTED:  J-J-   

ORDER  TO  PROCEED  DATE:     A  Pah.   U  /9S4-  PROBABLE  COMPLETION  DATE:  /Q  fig* 

%  COMPLETE:  ^,  £  ^»   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  g   %,   NO.  SHIFTS  PER  DAY:  g  

NO.  MEN  EMPLOYED:  Z.  /   NO.  HOURS  PER  SHIFT:  <?  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     JAjS^    /?,   £/ja*„  TELEPHONE:  g        -  3  zl  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _7  ADDRESS:  7 1>  J3  <?  

GENERAL:       S\sf77~^sS      Co*/*?-.       /S*^>      &£j£££     Cjg&J&ZASt*.  P** 

WX  A  6  6  *£<SA7-j£  A/>X/£-  JT  7~&sv  s>  7- sS£ 

7~s>  -4    7~   C0*.0         /  ^    /sv  <r>  *se7~   />*-*/y>7—  e/s^/ZAzr-sssi/jz. 

May  ,  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  11 


CONSTRUCTION  PROGRESS  REPORT 

April 30,  1984 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


FOR  THE  PERIOD  ENDING 
F  7-1  (6)  43,  Ul  &  U2 
F  FF  7-1  (2)  46,  U3 
City  Project  41  

Hamilton  South  

3°8  Miles 


Ravalli 


CONTRACT  TIME:  120  Working  Days 
ORDER  TO  PROCEED  DATE:  April  18,  1983 

%  COMPLETE:  _93  

%  TIME  USED:  94 
NO.  MEN  EMPLOYED:  7 


CONTRACT  AMOUNT:     $  4,350,724,30 
CONTRACTOR:       Peter  Kiewit  Sons'  Co. 
FROM  (town):     Sheridan,  Wyoming 
AWARD  DATE:       February  28,  1983 
DATE  WORK  STARTED:  3-30-83 


NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:    ' 

PROJECT  MANAGER:    Allan  J.  Dutton 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  6 


DATE: 

June  1984 

WEEK: 

5 

1 

8 

TELEPHONE : 
ADDRESS : 


363-4420 


Hamilton.  Mont.  598A.O 


GENERAL:  Contractor  is  doing  clean  up  work,  paving  approaches  and  paving 
Hamilton  Main  Street „ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /f^^ 


0 


3<?>  COJ) 


CONTRACT  AMOUNT:  $  J2&  t^S-Oa 
CONTRACTOR:  ZaiOi^  fa  ^  ft  t> . 
FROM  (town): 

AWARD  DATE:  ^-f-^^ 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:  ^~3Q-$jt 

%  COMPLETE:   

%  TIME  USED: 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE 
NO.  DAYS  WORKED  PER  WEEK 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


:  /tfty  lift/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER: 


TELEPHONE:  3C3^L 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:        *D/-Uto*Ytp*  </,  A*/r 


GENERAL:  /^?^ 


sis?  yrfr/  f  ^  7        y   £c*2pb^£*  i 


7, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:     /ftfs  /# 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  />.  CONTRACT  AMOUNT:     $  ^7  3,       a  .  &n 

PROJ.  NAME:       ^  ^  ,    -  ^.  -.:  CONTRACTOR:  v^_g>: 

LENGTH:   _       FROM  (town):  ^ 

COUNTY:    „  ,         /j*-*^    <  ~~*Sa'*»»  AWARD  DATE:   =3-?' 


<  - 


CONTRACT  TIME:  ^  x>.  DATE  WORK  STARTED:  ,    -  ■■  3* 


ORDER  TO  PROCEED  DATE:  x9  -  >s  ?  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   fjffjj   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   S'O  ^9   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  <~  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        <$=         k  ■  TELEPHONE:  <r  3  .  & 

 —  «  -j    

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ,  "' ,  ^  J/}~7~ 


GENERAL :   7 ■r  ~/g  r  /'  2  &        .    ~  ~~  ' 


&  ^.y  -    :  </  /  -5~       S  ■?  Sj  S  r -S  tA 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  /far/  / «gg  /9S¥ 

PROJECT  NO.:   ,  ^/ffP  3  ^  5  CONTRACT  AMOUNT:     $  /ff  & 

PROJ.  NAME:    /fa/^f^r^  CONTRACTOR:  ^M/faf^ tftK^ & 

LENGTH :  ^   FROM  (town):     fa/y^i/'^  /^.//sS 

COUNTY:  Z^^f  ^/^/SSCuJt^-  AWARD  DATE:  //^3<2~Z3 

CONTRACT  TIME:  ^  ^g&g   DATE  WORK  STARTED:  J2 

ORDER  TO  PROCEED  DATE:    /g  -/^~g3  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   //>  &   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  JZ-3&-g// 
EFFECTIVE  OPENING  DATE>-  y/^ 

PROJECT  MANAGER:  ^  /fiJttj 6-   TELEPHONE:  /? J*  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:  y^//?^/  <5f/'/?fdjb.    /J?    Jt£l£L&  /*/tcJf  e  J  /S7 

fAOZ*A    j/tuT  /ijrf,  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^/SSp^. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /fff  / </f  J 

PROJECT  NO.:    /*4~3  ^"3  Qjj)/3Z.       CONTRACT  AMOUNT:     $        /  6> .  /OQ 

PROJ .  NAME :  <^fe&gfcfc:  fS/CV/s/C,  ^S^N^RACTOR :  &v/lA>ey  /<UC . 

LENGTH :   <9,5"   FROM  (town):  S ecrtA*^  UJA. 

COUNTY:  ^OtVTA&GP   AWARD  DATE:  /-^Q~&<3-  

CONTRACT  TIME:  2Q   U>.£>.  DATE  WORK  STARTED:        3  - 

ORDER  TO  PROCEED  DATE:     ^./^-g^-       PROBABLE  COMPLETION  DATE: 


%  COMPLETE:  /pp   NO.  DAYS  WORKED  PER  WEEK:  _3  

%  TIME  USED:    /   NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:  Z  -  4-   NO.  HOURS  PER  SHIFT:  <S  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   ^_ 

PROJECT  MANAGER:  /J/CC/1/S  TELEPHONE:      7£_£z  S 21 7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  f?pr    So*  ^00 

GENERAL:   //^ CZ^>/-fr-acJx>t-^  (r?t/rs)eu 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


PI  STRI CT :  /tf/SSVC///? 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ^~/^7 '  &  Y 


PROJECT  NO. 
PROJ.  NAME:  /&?///S  -  £&£mjC 
LENGTH :  A  £     /V7, L<£*  ' 

COUNTY: 


CONTRACT  TIME: 


//a  cjO  Qi 


CONTRACT  AMOUNT:     $ /  ^frg?  Z& 
CONTRACTOR:     C/rt/Zfc  <5St67/fe/ZS 
FROM  (town):     V^eTo"/^  ^M^L 

AWARD  DATE:        3  -  3/— S3  

DATE  WORK  STARTED:  *t/-/<5~&3 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED:  g '& 
NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


O 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  /\//U 

PROJECT  MANAGER:  ^  fts^iD&lctg-  TELEPHONE:        6?2~  3?S^f 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     0_       ADDRESS:      {JgjL.  /s/?//S' 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ///SSQiS^f 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ^—J? 6  Y 


PROJECT  NO .  :  ~/C&?  */ 

PRO  J.  NAME :  (jsjf.  rff/.bs  f^C<J 

LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:  3£>B  £/Q  .Z& 

CONTRACTOR:  ^feA^^g  C^^/T 


CONTRACT  TIME:      /ZO    cJ ,  0. 


FROM  (town):  6*J/tS?//. 
AWARD  DATE:        ^-  _3Q  -  &  3 
DATE  WORK  STARTED: 


z-/~  sY 


ORDER  TO  PROCEED  DATE:  /(}-Z  Y~  63 

%  COMPLETE:        S  g  

%  TIME  USED:  3  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE 
NO.  DAYS  WORKED  PER  WEEK 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


/ 


#  f/O 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  A^rf 

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:  j£.  ltjl% 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  // 


&9Z-398? 


GENERAL :    <>£/&-  0*^-  Sc/fcZOtf/S*^  1  ^^A/aAL     d?-  A  ///L   S/fvhZ  , 

7h fey  S°iskj£    STbc. trustee?  /k  /Pttsj^sS/Zt.  *S7ac/c- 
 -      ^  -  7Zi/~Z  :    -&fig&Z%&  /-/**r/s*&  iPd/zxoiJ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         April  24,  1984 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


BPS  548-1(3)4 


west  Reserve  Drive 


0.8  Miles 


Flathead 


CONTRACT  TIME: 


150  Work  Days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  64 
%  TIME  USED:  69 


£-2-8^ 


NO.  MEN  EMPLOYED: 


8-18 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $       1,523,16?. 22 
CONTRACTOR:        Kclntvre  Construction  Co 

FROM  (town):  Great  Falls  

AWARD  DATE: 


July  11,  1983 


DATE  WORK  STARTED: 


August  1,  1Q8/ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


June  1984 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     k.  Chtisinger  TELEPHONE: 

4         ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


lUlispell,  Kt.  59901 


GENERAL :   Mclrtvre  Construction  Co.  spent  the  past   rc-pcrtirp  period 

 stripping  forms  off  of  both  structures,  filling  holes  and  finishing 

 concrete.  Placed  rebar  for  the  barrier  rail  and  installing  pedestrian 

 rail.  Also  formed  barrier  rail  ends.  

 Cubcontcactor  Swan  &  Sons  Inc.,  resumed  work  on  April  9 

 Eradinp  from  station  218  to  23*.  Hauling,  borrow  to  fill  at  stations 

286  to  290  and  from  300  to  303+60.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  AfcSSOUpf 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z^'Slf 


PROJECT  NO.:  /yg  &       f Z?  DATE  SURVEY  AUTHORIZED:     3-/7  d/ 

PRO  J.  NAME:  7T/<vg/Zg  -  cd£s7~  (TtiSf/ypMZ  WORK  STARTED:   

LENGTH:  /T?/l£S   ESTIMATED  COMPLETION  DATE:  &Zl£j&? 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /P/^£X'? / TELEPHONE:       8?Z  -398?  

NO.  PERSONNEL  ASSIGNED:         2  %  COMPLETE:  fp  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  S//SS0o/.rf 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  /-/  ( £7  DATE  SURVEY  AUTHORIZED:    g^j^  S% 

PROJ.  NAME:/^sVf^  ^jjgfe   &Zi&<zC   DATE  WORK  STARTED:     &~  3 

LENGTH:  X 0    £&2^S   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:    rf/jfc/jL  /J  /^Sj^ 

PROJECT  MANAGER:  ^  fs^&tfl^CL  TELEPHONE:     <3?~<L  -  39  

NO.  PERSONNEL  ASSIGNED:        «   %  COMPLETE:  /QO  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  /4/*s<?</*.sl 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  4-Z7~<?4. 


PROJECT  NO.:  £Af  2-*~z(t)  *  £  DATE  SURVEY  AUTHORIZED:  ^-/^-ffj 
PROJ.  NAME:                          Q±    4*1  DATE  WORK  STARTED:  /-/J-<S* 

LENGTH :   ESTIMATED  COMPLETION  DATE:  ^% 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  6s*/<0      TELEPHONE:  g^£2=j£*££ 

NO.  PERSONNEL  ASSIGNED:  ,£>  %  COMPLETE:  /So 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  A7r^^^* 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2  7-<&?>- 


PROJECT  NO.:     fx    ^  ^  z_  DATE  SURVEY  AUTHORIZED:      g      ■  &  ? 

PROJ.  NAME:     C^^/i^^x    Jc  r  DATE  WORK  STARTED: 

LENGTH:  / ?  -   ESTIMATED  COMPLETION  DATE:      //-J*  -&*L 

DATE  SUBMITTED  TO  DISTRICT:  ^/a 

PROJECT  MANAGER:     jJ>*3£Al  £  6  TELEPHONE:        %z£jg_Zj3£JL  2-  

NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE:  7^T  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IE 


DISTRICT:  S>7/SS0C/Ia 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     g£  2.7  ~ 


PROJECT  NO.:  S/C    fOZ7  (3)    -         DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  /faa2& i*sT  rj*  DATE  WORK  STARTED:        Z-Z  7'dY 

LENGTH:        Q.3  /*7/t.£s   ESTIMATED  COMPLETION  DATE:    jT-  /'  Sf 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  <?~.  frf-'fDsllu TELEPHONE:  S9Z~  3?df 
NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  99% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Butte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       $-  Z.  -  8  4- 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

MILE- 
STONE 

M-HRS 

U0E1U 

THIS 

REPORT 

PERIOD 

% 
COMP 

Col 

COMP 

DATE 

o  078.1  MUl 
Jackson  Ho. 

x  no  \j     x  xajr  oc 

Widening 

— 

— - 

— 

n  ucyy\.  a  1  _   

Anaconda  Streets 

witritr  1  urscung  k 
Drainage 

P-ZH. 

— 

— 

— 

F  50-2(1liK5 
Gallatin  Canyon  Rd. 

Digouts 

— 

— 

— 

F  29-1(1p)U3 
Twin  Bridges- No . 

PMS  Overlay  & 
Widening-  ™ 

fX.H. 

— 

— 

— 

F  li7-1  ( 1^0 

r  ui  "i  u  Bl-   

Anaconda  -  Warn  Springs 

J;  rhJ  \J  Vox  Xctjr 

P.Z./f. 

— ■ 

— 

F  85-1(2^0 

Jack  Rabbit  Lane" 

PMS  Ovarlav.  Grading  & 
Widening-  ~" "  ~ 

F.  3  H. 

//o 

Jo/Bi 

IR  90-5(h5)256 
Cardwell  -  East 

Ovarlav.  Guardrail  & 
Levelling 

PX.H 

/?? 

4-8.5 

Bozeman  No*  Side  &  E. 

rnj  uvBrioj  ot 
Guardrail 

P  Z  H. 

/no 

F  86-1  ttS  * 
Bridger  Canyon  Rd. 

k  Reconstruction 

?  z  tt. 

— 

— 

— 

F  55-3(3)12 

Legion  At.  -  Whitehall 

Drainage 

MJ809(3)  

Mont.  Ay.,  Helena 

Surfacing,  Drains 
tt  Widening 

d&.  6 

F  12-1  (I^S 

W.  Yellowstone  -  W. 

PMS  Overlay 

F.  R. 

FR_50JL1(1)10_  _   _  _ 
Grayling  Cr.  No. 

PMS  Overlay 

F.  £ . 

FB_5Qi1(U2Q  

Specinan  Cr.  N.  &  S. 

PUS  Overlay  _   _   _  _ 

F.  £. 

RS  5lj0_-1(3)O 
East  River  Road 

f.Zri. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT:  Butte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     5-        ~  £  4 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

v. 

FR  8-U(9)99 
Three  Forks  No. 

PMS  Overlay  &  Widen 

fart. 

F  69-1(2)10 
Boulder  -  Whitehall 

PMS  Overlav  A-  Widen 

— 

RS  231-1(1)3 

Green  Meadow  Dr.  -  Helena 

Grading ,  Gravel  Surf • , 
PMS  Overlay  &  Structure) 

F.  £. 

IUL  CUJ    'AJ  /U —                           __  — 

Harrison  -  Pony 

f.  ^it. 

v  180^(2) 

Holmes  Av.-Rove  Rd.  -  Butte 

flradintr .  CI  ravel  Surf  • . 
PMS  Overlay- 

M  1816(1  )1 

™  iiif       MB  1     J  l        ■nil        —  ■        —  . 

Elizabeth -Warren  -  Butte 

PMS  Overlay 

— 



DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221D 


CMS-14 

DISTRICT:  Butte 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  5-2-84  

PROJECT  NO.:     t  8-4  (10)88   CONTRACT  AMOUNT:     $  1,100,805 

PROJ.  NAME:       Toston  South   CONTRACTOR:     American  Asphalt  Inc. 

LENGTH:   10,5  Miles   FROM  (town):     Missoula,  MT  


COUNTY:  Broadwater   AWARD  DATE:  2-29-84 


CONTRACT  TIME:     70  Working  Days 

DATE  WORK  STARTED:  3-27- 

-84 

ORDER  TO  PROCEED  DATE:  4-16-84 

PROBABLE  COMPLETION  DATE: 

8-1-84 

%  COMPLETE:  8 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  H 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  20 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     A.  G.  Reather 

TELEPHONE:  444-6326 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  6 

ADDRESS:           Helena,  MT 

GENERAL :     The  contractor  has  completed  the  following:     crushing  3/4"  top 
surfacing;  Embankment  in  place;  Fencing;    They  are  currently  working  on  the 
shoulder  widening  operation.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


« 

DISTRICT:  ButtB 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         y^y  *» 

PROJECT  NO.:  *r/  %$ fily'*Jf  CONTRACT  AMOUNT:     $  <??Q;766>.SO 

PRO  J.  NAME :  Sc/lL  fSb^-MRicus  &ads  CONTRACTOR:  6l£N*i  f?£M&Eju  £xc ^  /A/C\ 

LENGTH :     73.  O    At/.   FROM  (town):  £JMO  L„*^S  .  > 

COUNTY:  fa^  gLt)£lL  f Iq/kcjE        AWARD  DATE:   

CONTRACT  TIME:    ScTr.   /  /9&4  DATE  WORK  STARTED:   


ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  -JV 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK: 


%  TIME  USED:    NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     &  S^TZZHl  TELEPHONE:     jT<ft£  - 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       /?<g>,   s%>x  /y/C>  

GENERAL:  £su3lZ2JZC13Z£&AL  £&£££B2£t&&  £t££j± 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


ML 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /^y  IJftH 

F  Lid  ffi  Zit 


//.  6  d2d&± 


sot/ 


CONTRACT  TIME: 


tf.D, 


CONTRACT  AMOUNT:     $  <j  *t  06.3^5.  41 

CONTRACTOR:        JT^  fc/Zs  fy.lj.L 

FR0M  (town) :  .     /nJ^  ' 

AWARD  DATE:  /A  J^  -g^ 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


JL 


A 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


5 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  W,  SLmJaL  TELEPHONE: 

OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


NO 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT; 


Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        1  May  84 


1-11-1(27) ^8  U-2 
PROJECT  NO.:  F  89-lCOp  


PROJ.  NAME:  Dillon  South  (No.  Sect.) 

LENGTH:       3.6  Miles  

COUNTY:  Beaverhead 


CONTRACT  AMOUNT:    $  7,977,640.10 
CONTRACTOR: Beyer* s  General  Constructors  Inc 

FROM  (town):     Butte,  HT  59701  

AWARD  DATE:  3-5-82 


CONTRACT  TIME: 


25C  WD 


DATE  WORK  STARTED: 


4-19-82 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


4-19-82 


5 


93 


NO.  MEN  EMPLOYED: 


1C 


PROBABLE  COMPLETION  DATE:  July  1984 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  4-24-84 
Canrara 


PROJECT  MANAGER: 


683-6290 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS:    PC  Box  1342 


Dillon.  I  IT  59725 


GENERAL:      western  Sign  dub-'Jentractors,  started  placing;  signsing,  and  finishing 
driving  guardrail  posts,  and  hanging  rail.  Their  is  general  clean-up  in  nrcrro s s . 
Project  was  opened  to  thru  traffic  on  the  24  Apr  84.  It  ens  and  percent  '".onolete 
arc  as  follows;  Grading  -  IOC  %;  Drainage  -  IOC  %;  Gravel  -  lOQg;  Signing  -  ICC  %; 
Plant  Mix  -  90  %. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:      2130  -  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  5.3,84 


PROJECT  NO.:      115-3(42)150  U-l  CONTRACT  AMOUNT:    $  917,815.90 

PRO J.  NAME:         Bernlce  -  Basin  CONTRACTOR:      Mclntyre  Construction 


LENGTH:   0.07  miles   FROM  (town):    Great  Falls,  Montana 

COUNTY:   Fefferson   AWARD  DATE:     Sept.  20,  1983  

CONTRACT  TIME:         120  working  davs  DATE  WORK  STARTED:      Oct.  20.  19S3 

ORDER  TO  PROCEED  DATE:      Oct.  V),  1 933  PROBABLE  COMPLETION  DATE:  July  31 ,  1984 

%  COMPLETE:   58   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:   13   NO.  SHIFTS  PER  DAY:   1 

NO.  MEN  EMPLOYED:  11   NO.  HOURS  PER  SHIFT:   J 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    nobert  T.  GiLnan  TELEPHONE:  225-3738 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:      3         ADDRESS:  P.O.  Box  Ui 


Basin f  hontana  59631 


GENERAL:     Progress  during  this  month  was  fair.  Ihg  contractor  completed  driv- 
ing the  Steel  "I  "  Pile  for  Bent  No.  4  northbound  at  Sta.  1092+75.00.  this  com- 
pletes this  item  for  the  above  said  project.  He  also,  set  the  Prestressed 
Beams  for  Spans  2  &  3  northbound  and  Spans  No.  2&3  Access  Roads  Prestressed 
Bulb  "X"  Learns  at  Sta.  1083+54.00  and  Span  No.  1    Access  Road  Prestressed 
oulb  "X"  Beams  at  ota.  967+00.00.  They  are  also  forming  cents  No.  Iu2  bk.walls 
and  Span  :-.'o.  1  decks  north  and  southbound.  Percentages  complete  for  the  items 
are  as  follows;  Traffic  Control-Devices  36%}  Traffic  Control-Flagging  50;£; 
Iiobilization  60%;  Contract  &  Bond  100/^;  Remove  Misc.  Items  100*;  Temporary 
Erosion  Control  1?: Channel  Change  and  all  Related  Items  100^;  Class  "AD"  Con- 
crete 49%;  .-restr.  Beams  Type  I  35'  100*1  Prestr.  7-<eans  Ijggg  I  50*  lOOf;  °restr. 

Bulb  "T"  Yearns  25*  50^:    restr.  bulb  "T"  Beams  50*  66^j  Prestr.  Beams  Type  IV 
100'  100.'';  Structural  Steel  27'-.:  Struct.  Excav.  Type  I  93;.;  All  Furnish  and 
Drive  Pipe  and  Steel  "''"  Pile  are  100* j  Reinforcing  Steel  ISf.'  Work  Bridge  59;;-; 
and   -ridge  Survey  Controls  40;'. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  /3/(f/& 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  ,  6"-jZ   

PROJECT  NO.:    J'^/^J&t) / 76~  CONTRACT  AMOUNT:     %.?.^&6.  tf^'.Vj 

PRO  J.  NAME:  ^fe^g^aa  CONTRACTOR:     <4*7*rSs*n  ^J^A^/AS^s 

LENGTH:         /4<<S~  sW//e  jS   FROM  (town):     sW/S^tPt*/*  ,  yf^7^ 

COUNTY:        ^/eSSe^o*   AWARD  DATE:      JZ  -  J?9  -  #«/  

CONTRACT  TIME:                       Z> .  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:           S6  'S'Y  PROBABLE  COMPLETION  DATE:  9-/jT~gy 

%  COMPLETE:       zJZz.   N0-  DAYS  W0RKED  PER  VEEK:   

%  TIME  USED:              -   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:            /,J.  tt^Tf/e  TELEPHONE:  4&3Ll££JJL  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^  ADDRESS:  23l&^&£J£2!^*& * 

GENERAL:        ^bsy^S**/? ^P^r  rJ^SjOA^^/  /Zr^/e*' 

/  ^2 


-^V  "  'f  — "  *   rv~<'-pr  rr„v  „■  -  -  "  "  <  -  /> 

^^^y^  7^  s4*y:  ez  £a*&.  t  ~£ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  _ 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  5-2-84  

IR  15-4(55)200 

PROJECT  NO.:     tp  15-4(59)217   CONTRACT  AMOUNT:     $  3,988,151 


PROJ.  NAME:  Helena-North; Wolf  Cr.  Canyon  CONTRACTOR:     Hilde  Construction  Co.  Inc. 


LENGTH:         ?R  7 

FROM  (town):   Great  Falls,  MT 

COUNTY:        Lewis  and  Clark 

AWARD  DATE:  5-31-83 

CONTRACT  TIME:             Workinq  Days 

DATE  WORK  STARTED:  8-3-83 

ORDER  TO  PROCEED  DATE:  6-23-83 

PROBABLE  COMPLETION  DATE:  6- 

-30-84 

%  COMPLETE:  52 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  62 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  6 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     a„  G.  Reather 

TELEPHONE :  444-6326 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      6  ADDRESS:         Helena,  MT 


GENERAL :  The  contractor  has  completed  the  crack  sealing  operation  on  the  Helena 
North  job,  and  is  currently  crack  sealing  on  the  Wolf  Creek  Canyon  job.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  £t>(7Lf&- 

i 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S'/tZ/g^/ 

PROJECT  NO.:     -ZS?  J  CONTRACT  AMOUNT:    $        £  Q/  /<?3,  SO 

PRO  J.  NAME:  c/s>&e^<?+7  £?.  <6/>n£  CONTRACTOR:    ^V^/^g  <<2.„*>/ fjrt**,,,,/ A 

LENGTH :  ^  y^//^r   FROM  (town):  a. ry  <*ZZZ. 

COUNTY:       ^g^/J  ^ ^/a^-A  AWARD  DATE:  XX^^^  

CONTRACT  TIME:  /J.  p.   DATE  WORK  STARTED:  j/9/3 

ORDER  TO  PROCEED  DATE:     V//S>/rfV  PROBABLE  COMPLETION  DATE:  7/<?£?//3<S 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  , 

%  TIME  USED:      _^   NO.  SHIFTS  PER  DAY:   /  


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  /CP 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^/  AJ ,  TELEPHONE:  -2&££zJL&l& 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J%_       ADDRESS:  „ 

GENERAL:      &UsS£j£&   ^  f^^sto////**  <g^u2frpjC&&  7&L  7Bk<*7 


 f/#L  /  <3~7^t  A/Vie,  ,^/\^ity>  //^d'S 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      1  May  84  

PROJECT  NO.:     F  49-1(2)9   CONTRACT  AMOUNT:    $  897,903.15 

PROJ.  NAME:  Dillon-Twin  Bridges  Overlay  CONTRACTOR :Baltrusch  Construction  Co.,Inc  &  Affil 

LENGTH:       7.3  Miles   FROM  (town):    Harve,  MT  ^9501  

COUNTY:  Beaverhead  &  Madison   AWARD  DATE:  4-30-84  

CONTRACT  TIME:         70  WD   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:      4-30-84  PROBABLE  COMPLETION  DATE:    Sept  1984 

%  COMPLETE:  0   NO.  DAYS  WORKED  PER  WEEK:  Q 

%  TIME  USED:  0   NO.  SHIFTS  PER  DAY:   0 

NO.  MEN  EMPLOYED:  0   NO.  HOURS  PER  SHIFT:   0 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Caprara   TELEPHONE:  683-6290  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _7_  ADDRESS:      PO  Box  1342  

Dillon,  MT  59725  

GENERAL:    The  contractor  has  not  started  work  on  this  Project,  this  period.  They 
held  a  pre-construction  meeting  for  the  Project,  to  set  a  sequence  of  work  on  the 
Project.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Bu7-rt=r 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      JT-3-  84- 


PROJECTNO.:    J/gs  Go-zC 8~7 
PRO  J.  NAME:    W.  €<Ly  o-P  Bozg^a^, 

LENGTH:  q.q   

COUNTY:  g^,AT^  


CONTRACT  AMOUNT:     $  /3, 

CONTRACTOR:     Mjd^^^  ^^yj?jr  g» 


FROM  (town):  tf+  *<?lQ</ 
AWARD  DATE:   


CONTRACT  TIME: 


\J.  DA  Y~S 


DATE  WORK  STARTED: 


Z/-8-93 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  <fg 
%  TIME  USED:  // 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     <5,A.  SiTTO  *J  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS: 


P.O.    So*  lllo 


GENERAL: 


3fp so  y<?d  drzu«j,rtjj 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ■V/^a/^^/  

PROJECT  NO.:  <&g&£^2*J!/&JjZ. 
PROJ.  NAME:    <^y*sT  f„ 

LENGTH:   ^  Z   

COUNTY :  

CONTRACT  TIME: 

ORDER  TO  PROCEED  DATE:     y)^  ?  j>? 

%  COMPLETE:  J%  

%  TIME  USED:  37  

NO.  MEN  EMPLOYED:   £  l/^^r 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  TELEPHONE:      ^  .  gg^g  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         &>0>(  f  


CONTRACT  AMOUNT:  $  3  <f/7  +tr£.#s~ 
CONTRACTOR:      g,^*^  JTx^. 

FROM  (town):  rf^xr^  

AWARD  DATE:  //  /9j>?  

DATE  WORK  STARTED: 

PROBABLE  COMPLETION  DATE:  jT^>r-  «PV 
NO.  DAYS  WORKED  PER  WEEK:  i^^jr? 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  £  


GENERAL:    — r<*n4-*rj>r    Am*  ea^a^dfeg&a^  dmJiLidl   ~  / 

— 2Satafcc —  m. '/ — -*  7rsG'7i"-'zjf ■  7^7^     Arl**    ^.^/  ^ujuanu. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     sAs's?y  /9d?>4/ 


PROJECT  NO.:  y^^S^^  ^9 -/fr? 
PRO  J.  NAME:  yfl>0ysr-  JfcUfTS* 

LENGTH: 
COUNTY: 

CONTRACT  TIME:     <-^<?     ^  ^ 


CONTRACT  AMOUNT:     $  9S" 
CONTRACTOR:      /*7>?^S?FS  Z~^<? 
FROM  (town): 
AWARD  DATE: 


ORDER  TO  PROCEED  DATE:      gg;  ^  ^ S 

%  COMPLETE:  ^  

%  TIME  USED:       S'yr^r  S^^yy  &1 
NO.  MEN  EMPLOYED:     ^O^s? -  ^ 


DATE  WORK  STARTED:    g^fejg.  -3^  /.ft^jr 
PROBABLE  COMPLETION  DATE:  t/v^S 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^gggg**1  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    3  ADDRESS: 


SSS0 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  I3U7T2E' 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J'-3-&4- 


PROJECTNO.:    Bg-F-H£*5>  flfc-*C"0  I  CONTRACT  AMOUNT:     $  ^§L§AjL3A 

PRO  J.  NAME:    Bn^tr-6n^  2)o^.s  CONTRACTOR:        JLo^  Ce^^iruA^ 

LENGTH :        Q.  4    M\l^s   FROM  (town):      B02.±„*„    W  SV^jT 

COUNTY:        ^utiU  £m   AWARD  DATE:  S'Z.t-63  

CONTRACT  TIME:        IIQ^Ja^js   DATE  WORK  STARTED:  fr.y.a? 

ORDER  TO  PROCEED  DATE:       9-/6 -A3  PROBABLE  COMPLETION  DATE:  6-/5g4- 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:    /*>  jT 

%  TIME  USED:         34-   NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:        <j  To  6   NO.  HOURS  PER  SHIFT:        S  Td  /O 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      G.A.StTto^  TELEPHONE:  -  9>6  Z,  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         /=>.p.  Rn*   I  tit)  

So  z.e-rT7  3^7    /yf/-    "5"  9  ~7 '  5" 

GENERAL:       Orrt/rg^~hr-    enc^^^e^d)   Jy.^    SuttsditLr.   SfllZ  tJha*  S-k.fjO 

-Z2 — /a  £C  <s*><4         ai/^r/-/  m  a/a^rrJ  r         <a  -at5~  A^J^. -flap. 

Ik  got/e^  "^r.r  ga^//^  37  ujasic.        &!*J*g£kL  &£LS*& 

-£22 — ^/-/ g/j *'r~ —  — &)7r^ — ^sez&s:  0/C  en  c  A* 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  s^/SSTS* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Sl'sPy  ^ 


PROJECT  NO.:  ^>^SSsT-f  c?6-/f7)/  CONTRACT  AMOUNT:  $  S<£/^  ^P^JT^  &&sr  0%. 
PROJ.  NAME :  ^djSggggf  ^ggggff  CONTRACTOR :     j^g^gg^  ^g£7j  . 

LENGTH :   FROM  (town):     s'&sSJs+'SS  ,  S*77 

AWARD  DATE: 


COUNTY: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


9-^ey  <gg 


ORDER  TO  PROCEED  DATE:  <P-/J*1?Z 
%  COMPLETE:  3&  / 

%  TIME  USED: 


NO.  MEN  EMPLOYED:  4? 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


4& 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  jytk&ey 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  J? 


 y  < — 


GENERAL: 


s<s?sls        -  yyy^^j-  y  ^>  j>  f  ^/  ^?^>^r>  ^t>/^(  /+>?/yj- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  3r  1984 


PROJECT  NO.:  IR  90-4(37)230 

PROJ.  NAME:  Homestake  Pass  E  &  W 
LENGTH: 
COUNTY: 


9.7  Miles 


Jefferson  &  Silvar  Row 
CONTRACT  TIME:       90  days  


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  13%  

%  TIME  USED:  C#  

NO.  MEN  EMPLOYED: 


16 


CONTRACT  AMOUNT:     $    3. 591 f 397. 20 
CONTRACTOR:      .Tim  Oilman  Exc. ,  Tnc. 


FROM  (town):     Butt a f  Montana 
AWARD  DATE:         Jan.  30,  1984 


DATE  WORK  STARTED:      Marr.h  23  ,  19ft/, 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10/ftZ, 


2  r.rsti.  1  rd 


9  crab  8_rd 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       R.T.  Wilson  TELEPHONE: 

ADDRESS: 


494-3224 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  6 


Box  3068 


Butte,  Montana 


GENERAL :     Jim  Gilman  Excavating.  Inc.  crushing  plant  mix  fines  and  3/4"  

crushed  top  surfacing.  Patrol  grading  inslope  and  ditches.  Placed  construction 

signing.  T.il H  Construction  Company  raising  guardrail  and  renlacinp  damaged  

rail.  Abcon  has  com  nl  at  ad  al]   c.n1rt-mi1Hng  on  the  nroiect.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:      Qp  mr 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       S~- 3~84- 


PROJECTNO.:     TH  9o-£f4  3>3/3 
PROJ.  NAME:    gooey  CanvoaJ  OjcKLLAV 

LENGTH:  5.  3  Miles  

COUNTY: 


CONTRACT  AMOUNT:    $  9r  Q34v  OS 

CONTRACTOR:     McXaJ^jp^   CQHs&Z.  ^ 
FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


7S-  u/.  -DAYS 


DATE  WORK  STARTED: 


7-  ie-B^ 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:         q  j 
I  TIME  USED:  64- 


NO.  MEN  EMPLOYED: 


O- 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


7-J-84- 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      G.A.  S>Tro»J  TELEPHONE 

—  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


£<2i  Qox  mn 


GENERAL: 


A/a  LU 


"5- 


ads.  25a  4& 


z£ 


 Z2L 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:      &Q  rrg 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S-3-84- 


PROJECTNO.:    TO.  <*Q- C(44^  3 1  A- 
PROJ.  NAME:  ^SgggEa*  J*'"^  ^> 


LENGTH: 
COUNTY: 


O,  O 


CONTRACT  TIME: 


9o  feZ.  Z>*vs 


CONTRACT  AMOUNT:     $    9^  oo 
CONTRACTOR:  ^sr. 
FROM  (town):     Bn*/=^>»A/  /*?/. 

AWARD  DATE:  I-3Q-&4-  

DATE  WORK  STARTED:   


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  — 
%  TIME  USED:  — 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   : 

NO.  HOURS  PER  SHIFT: 


ACTUAL,  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :     G.A.  SITTOfsf  TELEPHONE: 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  - 


GENERAL:       V0    l</o*r-  sA^^ 


P.O.     BO*.  IHO 


6o£gy*7/j/v/  Stf-h  597/5 


"7  <?e> 


I  J. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  &/7TVC- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      £  3-64-  

CONTRACT  AMOUNT:     $  /p^SOl.^ 
CONTRACTOR:    X.*S±JU  *+ru^o~ 
FROM  (town):     ^twjg^^  A^j-.  SfSa  I 

AWARD  DATE:  //-  7- A  3  

DATE  WORK  STARTED:  4L  

PROBABLE  COMPLETION  DATE:      4-  -1.3-24- 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  g  

NO.  HOURS  PER  SHIFT:   


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     <=,.  /) .  S;7ToaJ  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_       ADDRESS:        P,o,    <3ox"  l/lo  

GENERAL:         C^-/,^c--/or-    £r,i*k*J  ZiJ/  *J6rfc       tm  4-2.3  £4- 

^    4- to -84-   to   £* 

-^22  The  f>«s-H  on     4-&-B4-  j    4-3.6-84-     ±„J  £jL^£*£ 


PROJECT  NO.:     RS  2.90-10)  8 
PRO  J.  NAME:     9  mi.  AJ.  g£  BtljrJ*  AJ. 

LENGTH :   &.n  ^.U,  

COUNTY:  GALL.ATI  *J  

CONTRACT  TIME:       Xo  Z^,/, 
ORDER  TO  PROCEED  DATE:  4-/6-S4- 

%  COMPLETE:        /p  p  

%  TIME  USED:   

NO.  MEN  EMPLOYED:        /  r»  Z  

ACTUAL  COMPLETION  DATE:  4--Z3-84- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  '3cl'H~Z- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ^/~3<>  -  J**/ 


PROJECT  NO.:  M  /  ^  / "C  (?C) 
PRO  J.  NAME:     £A  g  y  /S/s/to. 


LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:     $  /, 

CONTRACTOR:  ^(*AVAf/A^  -ZVc 


FROM  (town):  ''fou.f+g 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  <40 
%  TIME  USED:  — ' 


NO.  MEN  EMPLOYED: 


AWARD  DATE:     S^iT.  3py  /#f5 
DATE  WORK  STARTED:      AJoV.  /  7/3 

PROBABLE  COMPLETION  DATE:  /6~/-j?ef 
NO.  DAYS  WORKED  PER  WEEK:  JST* 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      (Q/Lei  <D£±e>*J  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


ADDRESS : 


P.6.  73otC   ///  o   


g./(7///€e/y 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     xV^y"  ^  /9s?-!/ 


PROJECT  NO. 
PRO J.  NAME : 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:     frxgggg^g^gjg  f^y^^V 
CONTRACTOR:    s*&0*J&r£  ^V^^T  jr*/<? 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME:  /j  /Pc*V 

ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  ^/^y 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS : 


PROJECT  MANAGER:  ^fa** ;^ggf^ggg 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  ^^s*s?^j?J 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  3_\Z0 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   2j> 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  jjftfh^. 
CONTRACTOR:      Wg<f  \LlU Gidtr^Xtc.. 
FROM  (town):  /W*/q4, 
AWARD  DATE:  JO  /9<55 

DATE  WORK  STARTED:  /? 
PROBABLE  COMPLETION  DATE:     JjL f 
NO.  DAYS  WORKED  PER  WEEK:         '  1  5 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


JJL 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


SL  Bricks  OA/ 


_2_ 


TELEPHONE: 
ADDRESS : 


GENERAL: 
Cai/ti  fy, 


matt  n 


* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  tfy-TE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      A7s?y  3,  y$£ft/ 

PROJECT  NO.:    tfXs  -V/.?/?   CONTRACT  AMOUNT:     $  /?V  -7^/ ,  ^JQ 

PROJ.  NAME:  /?A>LfioAD  £/?AD£.  X-M&S  CONTRACTOR:  Ajs£S4y  77?AFf/£  /^^LT. 

LENGTH :    FROM  (town):     £s?c*t  J  S 

COUNTY:      St~/)-t£ lv / D £.   AWARD  DATE:   

CONTRACT  TIME:  /yT£>,   DATE  WORK  STARTED:  /£> 

ORDER  TO  PROCEED  DATE:      F-Z£-£-3  PROBABLE  COMPLETION  DATE:  <£-/- 

%  COMPLETE:  £p   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :J7>x>/v/  £  AffneLL         TELEPHONE:  7FX-;797 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:        f>c ,  £>Dx 


GENERAL:     <^e>jV7zy?crms?   //ot    4/,?A>irs*>G . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -         ,%  4 

PROJECT  NO.:  2#7-/{/)4  DATE  SURVEY  AUTHORIZED:     J$  -  /3  S4 

PROJ.  NAME:    S.U         7Z*££  DATE  ™M  STARTED:     ^  ggg^  As?M«&> 

LENGTH:    ESTIMATED  COMPLETION  DATE:  

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/ BUB/ sw/ 22 IF. 


DISTRICT:  /$Q${Z ) 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -  5/ '84  

PROJECT  NO.:     M  /z)   DATE  SURVEY  AUTHORIZED:      //  4/3  4 

PROJ.  NAME :     Hn,MP.c   Av£  ■  A<,tt£       DATE  WORK  STARTED:    a/*  S^t*  A«y**AZ> 

LENGTH:  — —   ESTIMATED  COMPLETION  DATE:  ^7 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   TELEPHONE:   

NO.  PERSONNEL  ASSIGNF.D:     %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BIIB/SW/221K 


district:  Bo-rr£. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      4  -  3/'S  4   

PROJECT  NO.:     A7  /Z/2.{<t)   DATE  SURVEY  AUTHORIZED:   3jSO  -gZ, 

PROJ.  NAME:  facy  gcvO  (3**.  r*  /%».)PATE  WORK  STARTED:  4^  Ass/**o 
LENGTH :      ~  ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  fZ&rT£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      4-3/  - 3 *4  

PROJECT  NO.:     yffyg  9&^4(j)   DATE  SURVEY  AUTHORIZED:     /g  -ZO-33 

PROJ.  NAME:  >^^^w.£^DATE  WORK  STARTED:     M,  Ass/*«eo 

to-  Z  M#.es  Sc.  oe&siwiam*  a  r  /fas 

LENGTH:     ESTIMATED  COMPLETION  DATE:  — 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  Butte 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        May  3,  1984  

PROJECT  NO.:      BR  9047(11)   DATE  SURVEY  AUTHORIZED:  12/28/83 

PRO  J.  NAME:     Bridge  over  Silver  Bow  Cr.  DATE  WORK  STARTED:  1/4/84 

LENGTH:     1  Mile   ESTIMATED  COMPLETION  DATE:  5/31/84 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     R.T.  Wilson   TELEPHONE:  494-3224  

NO.  PERSONNEL  ASSIGNED:  6   %  COMPLETE:  47%  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Butte 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  IQgy,  

PROJECT  NO.:     BR  9039(8)   DATE  SURVEY  AUTHORIZED:     Nov.  17,  1983 

PRO  J.  NAME:    Rrirtgf*  over  Clark  Fork  DATE  WORK  STARTED:      Nov.  17.  1983 

LENGTH:  1  Mile   ESTIMATED  COMPLETION  DATE:  5/31/84 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     R.T.  Wilson   TELEPHONE:  494-3224  

NO.  PERSONNEL  ASSIGNED:         6   %  COMPLETE:  84%  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  GU7T&- 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S"-3-Q4-  

PROJECT  NO.:      R.S  Q-il-tQ J  O  DATE  SURVEY  AUTHORIZED:  g-/7-83 

PRO  J.  NAME:    Sp^.n^kAl    G-oaJ  DATE  WORK  STARTED: 


LENGTH:  4-  tLxJeJS   ESTIMATED  COMPLETION  DATE:  T^SSdtJ^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     g./g,  S/  7TdkJ  TELEPHONE:  -9 Si,  z_  

NO.  PERSONNEL  ASSIGNED:      3      £~  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Butte 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       May  3,  1984 


PROJECT  NO.:      IR  90-4(37)230   DATE  SURVEY  AUTHORIZED:  12/20/83 

PROJ.  NAME:    Hamestake  Pas?  -  Quarry       DATE  WORK  STARTED:  12/20/83  


LENGTH:  1  Mile   ESTIMATED  COMPLETION  DATE:  1/27/84 

DATE  SUBMITTED  TO  DISTRICT:  1/27/84 
PROJECT  MANAGER :      R.T.  Wilson  TELEPHONE:  494-3224  


NO.  PERSONNEL  ASSIGNED:  6  %  COMPLETE :  lOOff 

No  More  Work  gn  Project 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^L^U 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


PROJECT  NO. 


FOR  THE  PERIOD  ENDING:     /ffi/^  ^  /f<f^~ 
jDS"3f^^)/S~0  (-fa     DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:       ^V/yyg^  ZjjjLQA     DATE  W0RK  STARTED:      \Jtt7y  JiT  /ft? ^~ 
d*6/  j22jj.   ESTIMATED  COMPLETION  DATE:   


LENGTH: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  ///fam  C  JLfk  TELEPHONE:  4aL-JL2S^^9& 
NO.  PERSONNEL  ASSIGNED:  jf  ^  COMPLETE:    7 5T  <yL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Butte 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  3.  1984  

PROJECT  NO.:      IR  15-2(40)124   DATE  SURVEY  AUTHORIZED:  12/28/83 

PROJ.  NAME:      PCCP  Rehab.  Study  DATE  WORK  STARTED:  _*  


LENGTH:  7.7  Miles   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     R.T.  Wilson   TELEPHONE:  494-3224 

NO.  PERSONNEL  ASSIGNED:  6  %  COMPLETE:   


*  Hugh  Dougherty  will  handle  all  information  pertaining  to  this  project. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     T?CL  ff~e~ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ^-3<9  ~/V 

PROJECT  NO.:      M  0  I  DATE  SURVEY  AUTHORIZED:  SV 

PRO  J.  NAME:  g>A-/c  s+.  YZ  A/a.  <7  ^A^^  DATE  WORK  STARTED:        4-'Z  ZL-P-/ 

LENGTH:  /.  $  /tft  /g  S   ESTIMATED  COMPLETION  DATE:     &  -/S'f*t 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      <^g_  £k,£oJ         TELEPHONE:  ~  j5~o7<f-  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  ^"  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:     Great  Falls 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     May  7,  1984 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED 
THIS 
REPORT 

% 
COMP 

EST 

COMP 

DATE 

RF  6_2(3)9J_         _   _  _ 
Great  Fal ls-East 

Grade,  Gravel  Surf _ 
PMBS,  Structure 

Prelim. 
P.  1  .H. 

338 

si ._ 

8-  1-84 

F_  2_3(_76                  _  _ 

Roqers  Pass  E.   (West  Sect.) 

Wi_de_  Grav_  S_urf_  _ 
PMBS 

Field 
Rev  i  ew 

Q 

7.-15,7.85 

RS_  3_(  _  _____ 

5  Mi.  S.  Fort  Benton-South 

G rade ,  GjraveJ,  Surf .  _ 
PMBB 

Prel im. 
P.I .H. 

o 

F_J"_6)_ 

Sun  River  Jet. -North 

_3S_0_-1  _    _    _  _ 
M  i  nor  W i  den  i  nq 

Final 
P.  1  .H. 

172 

40 

7"i_§ ■ 

RS  4_-2_)40 
Rudya  rd-South 

PMBS  0verla_ 

Fi  nal 
P.  1  .H. 

2Q 

75 

6-1^-84 

RS  448-1 (1)0 
Box  Elder-West 

PMBS  Overlay 

Fi  nal 
P. 1 .H. 

60 

75 

6-15-8* 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 221D 


CMS- 14 


DISTRICT:     flreat  galls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Mav  7,  198L 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


IR  15-1(61)229 
Augusta  Tnt.  -  North 
18.7  Miles  


Lewis  &  Clark  -  Cascade 
CONTRACT  TIME:        12D  W.n.  


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   q_ 

%  TIME  USED:   ^_ 

NO.  MEN  EMPLOYED:  /. 


6-16-86 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  6, 299,635. 78 
CONTRACTOR:  r,nng+,.  Tnft. 

FROM  (town):      Great  Falls,  Mti.  

AWARD  DATE:        Feb.  29 f  1986  


DATE  WORK  STARTED: 


April    A;  IQftj, 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10-15-86 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      g.  Enriwrann  TELEPHONE: 

1  ADDRESS: 


727-63 50 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


lOi  -  l&fa  Ave.  N.T.. 


 Sub  Contractor.  One  Wav  Sipns  began  Guard  Rail  Revisions  April  L, 

1986. — Work  was  temporarly  suspended  April  20th  by  the  Sub  Contractor 

to  work  on  other  projects.  

 Plans  are  to  start  Crack  Sealing  operations  the  week  of  May  7thf 

Drainage  work  approx.  May  21st.  and  Crushing  operations  Junel.  1986. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:    Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         May  7.  1984 


PROJECT  NO.:       IR  15-8(41)389 

PRO J.  NAME:  Sunburst-North  

LENGTH:  8.5  Miles  

COUNTY:  Toole  

CONTRACT  TIME:  70  Working  Days 
ORDER  TO  PROCEED  DATE:  4/16/84 

%  COMPLETE:  5  

%  TIME  USED:  17  

NO.  MEN  EMPLOYED:  13  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Walter  D.  Smith 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  5 


CONTRACT  AMOUNT:     $  2.259.443.42 
CONTRACTOR:      Mayer  Construction  Co. 

FROM  (town):    Billings.  Mt.  

AWARD  DATE:      February  29,  1984 
DATE  WORK  STARTED:      April  24,  1984 
PROBABLE  COMPLETION  DATE:      Aug.  1984 

NO.  DAYS  WORKED  PER  WEEK:  __g  

NO.  SHIFTS  PER  DAY:   2  

NO.  HOURS  PER  SHIFT:   10 


TELEPHONE:  727-4350  

ADDRESS:  P.O.  Box  1359  

Gt.  Falls.  Mt.  59403 


CONSTRUCTION  SUPERVISOR: 


GENERAL :     Sub-contractor  Eagle  Nest,  Inc.  began  work  on  the  project  April  24, 
1984  engaged  in  crushing  and  stockpiling  plantmix  aggregate  at  the  Lois  Peck 
Pit,  West  of  Sweetgrass.    At  the  request  of  the  FHWA  we  are  in  the  process  of 
deleting  the  Crack  Sealing  work  on  the  project.    Meyer  Construction  Co.  plans 
to  begin  paving  operations  the  latter  part  of  May.  ___ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:     Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  3,  ipflU 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F  3-2(8)  18 


Fairfield-E.  &  W.(East) 
5.0  miles  


Cascade  /  Teton 


CONTRACT  AMOUNT:     $  2.492,189.65 
CONTRACTOR:     Hilde  Construction  Co. 

FROM  (town):  Great  Falls  

AWARD  DATE:       November  ?0,  1Q8P 


CONTRACT  TIME: 


no  +  i  w.n. 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   $q_ 

NO.  MEN  EMPLOYED:  o 


h- 18-83 


DATE  WORK  STARTED:     February  1,  1Q8? 
PROBABLE  COMPLETION  DATE:     £_ 15,8k 
NO.  DAYS  WORKED  PER  WEEK:  q 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


_0_ 


0 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  H^prh^^r  TELEPHONE: 

ADDRESS : 


T.  Hammerbacker 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  1..3 


Dept.  of  Highways 


Fairfield,  MT. 


GENERAL: 


 No  activity  this  period  for  the  contractor. 

working  on  the  Final.  


State  personnel 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     3130  Great  Falls 

CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  L-30-6L. 


rKOJbLl  NO. :  F  BHF  RTF  60-2(5)92  TJ2 

CONTRACT  AMOUNT:  $ 

1,870,957.00 
2. 76/..  053.  L& 

PROJ.  NAME .      W*rd«n  Brldg* 

CONTRACTOR:          Slettan  finnstr.  On. 

winum.            0.203  miles 

FROM  (town):  Gt. 

Falls  Mt. 

COUNTY:  Cascade 

AWARD  DATE: 

2-28-83 

CONTRACT  TIME:         220  Working  dajB 

DATE  WORK  STARTED: 

3-22-84 

ORDER  TO  PROCEED  DATE:  £-18-83 

PROBABLE  COMPLETION 

DATE: 

6-1 -8 A 

%  COMPLETE:  98 

NO.  DAYS  WORKED  PER 

WEEK: 

0 

%  TIME  USED:  ^ 

NO.  SHIFTS  PER  DAY: 

0 

NO.  MEN  EMPLOYED:  0 

NO.  HOURS  PER  SHIFT: 

0 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  11-U-83 

PROJECT  MANAGER:      T.P..  Tm^nh  TELEPHONE:  727  A350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:   Box  1359  

 Great  Falls.  Mt 


GENERAL :     There  was  no  work  this  past  month  due  to  Inclement  weather. 
The  structure  was  open  to  traffic  on  ll-U-83    with  the  Items  of  drainage 
and  the  punch  list  remaining.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:       3130  Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  4-3Q-8A 


PROJECT  NO.:  F  BHF  RTF  60-2(5)92  P3 

PRO J.  NAME:  Warden  Bridge  Overlay 

LENGTH:  c)oJy  miles  

COUNTY: 


Cascade 


CONTRACT  AMOUNT:  $  550,827.00  

CONTRACTOR :  Sletten  Construction  C 0 . 

FROM  (town):  Gt.  Falls.  Mt 

AWARD  DATE:  9-30-83  


CONTRACT  TIME:     TOO  wrUng  days 


DATE  WORK  STARTED: 


A-10-8A 


ORDER  TO  PROCEED  DATE:  1f-2A-83 

%  COMPLETE:   5  

%  TIME  USED:   £,  


NO.  MEN  EMPLOYED: 


U  to  12 


NO. 
NO. 
NO. 


SHIFTS  PER  DAY: 
HOURS  PER  SHIFT 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

_  TELEPHONE: 
ADDRESS: 


DATE: 

8-1-84 

WEEK: 

5 

1 

8 

T.G.  Tomich 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


727  4350 


Box  1359 


Gt.  Falls.  MT 


GENERAL: 


Traffic  has  been  detured  to  the  westbound  structure  and  the 


scarifying  of  the  old  deck  is  almost  complete.  Work  is  progressing  on  the  expans i on 

.joint  replacements  and  the  removal  of  delamlnations  for  class  A  repair.  

The  three  man  nnginpftring  crew  Is  engaged  in  inspection  and  other  work.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


3130 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  7,1984 


PROJECT  NO.:  F  24-3(5)100 
PROJ.  NAME:      Rogers  Pass 

LENGTH:   

COUNTY:        Lewis  &  Clark 


Middle  Section 
0.5  miles  


CONTRACT  AMOUNT:     $  3,215,825.45 
CONTRACTOR:      Meyers  Construction  Co. 

FROM  (town):     Billings, Montana  

AWARD  DATE:       Sept.  24,1982  


CONTRACT  TIME:        120  £  6  working  days  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:     Oct.  18,198a  PROBABLE  COMPLETIC 

%  COMPLETE:  95   NO.  DAYS  WORKED  PE 

%  TIME  USED:        qq   NO. 

NO.  MEN  EMPLOYED:     _J;   NO. 

ACTUAL  COMPLETION  DATE: 


Nov.  18,1982 


SHIFTS  PER  DAY: 
HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

/ 

TELEPHONE 
ADDRESS 


DATE: 

May 

1984 

WEEK: 

5 

XKX 

1 

8 

PROJECT  MANAGER: 


S.W.  Newton 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


278-7931 


rrnnraH, Llnntana 


GENERAL:        All  major  items  are  complete  except  for  the  fencing  and  chip  seal. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 221F 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         May  7.  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F  1-4(5)271 


Shelby-West 


7.0  Miles 


Toole 


CONTRACT  TIME:     60+2  Working  Days 

ORDER  TO  PROCEED  DATE:  6/21/83 
%  COMPLETE: 
%  TIME  USED: 


CONTRACT  AMOUNT:    $  856,519.30  

CONTRACTOR:      Baltrusch  Const.  Co.,  Inc. 

FROM  (town):    Havre f  Mt.  

AWARD  DATE:  5/31/83  


95 


97 


NO.  MEN  EMPLOYED: 


0 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


7/13/83 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE:  727-4350 

D  ADDRESS : 


DATE: 

5/31/84 

WEEK: 

0 

0 

0 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  1359 


Gt.  Falls,  Mt.  59403 


GENERAL:       Change  Order  No.  2,  directing  the  Crack  Sealing  of  the  new  overlay 
prior  to  Seal  &  Cover,  is  being  process.    Baltrusch  Const,  plans  to  do  this 
Crack  Sealing  early  in  May  with  the  Seal  &  Cover  operation  to  follow.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  6&eArJ^ti+s 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  V.  /  f&V 

PROJECT  NO.:    //cTS  /-7Cz^-3'?3  CONTRACT  AMOUNT:     $  9-//  —  

PRO  J.  NAME:  "^ggj^S^^^^  CONTRACTOR:  ^v«*r: 

LENGTH :  <3  ,  d>  6  /fl,u,<~<>  FROM  (town):     y«/»yay«sr.  //y;  

COUNTY:  ^JS^/g/*^   AWARD  DATE:      ^Ta<uijA£Y  <?Q. 

CONTRACT  TIME:  DATE  WORK  STARTED:      /tf#/Qsn  /?,  J9#/- 
ORDER  TO  PROCEED  DATE:  //)/}^c/4  tG>, PROBABLE  COMPLETION  DATE:     /7)/*Y  <$<S 

%  COMPLETE:  cYa   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  ^>  '/£   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  fittm. 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      cTt ,  Tgggrx*  TELEPHONE:  &&£--6>gz.l 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  JFiC  Soy_ 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:      Great.  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       May  1,  1984 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


HES  60-2(11)91  U-2  & 
F-BHF-RTF  60-2(5)92  U-2 


0-4  Miles 
Cascade 


(APPROACHES)      $  893,096.00 
CONTRACT  AMOUNT:    $  2,764,053.48 

Warden  Bridge  &  Approaches CONTRACTOR:      Sletten  Construction  Co, 

FROM  (town): 

AWARD  DATE: 


Great  Falls 


CONTRACT  TIME:    220+4  W.D. 


February  28,  1983 
DATE  WORK  STARTED:    March  30,  1983 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   95 

%  TIME  USED: 


4-18-83 


65 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


5-30-84 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    F.  A.  Robinson  TELEPHONE:  727-4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    0-1  ADDRESS: 


104  18th  Ave.  N.E, 


Great  Falls.  MT 


GENERAL :         No  activity  this  period.    Work  remaining  includes  construction 
of  access  road  under  the  structure.  Work  will  resume  when  weather  permits 


and  on  renewal  of  insurance. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- U 


DISTRICT  :c^r^.5 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /7?Ai  7, /<&S 


PROJECT  NO.:    K'S-'SSS  33G~/Ck)l 

PRO  J.  NAME:  /J^rn 

LENGTH:  d>r^9  /JOjl^S 

COUNTY:  {?frScrt0/^  

CONTRACT  TIME:  ggo  jgjkgjg/gg  Ows 
ORDER  TO  PROCEED  DATE:  ftpei^//.  /<?gz. 

%  COMPLETE:  /0O  

%  TIME  USED:  77"  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  /,<g^/,  <5V/,  ^ 
CONTRACTOR:      <^L.e7T&A/  <?o. 


FROM  (town):  ^/^r/^tuf  /*/r: 
AWARD  DATE:  Mote*  &e£L  rf&l 
DATE  WORK  STARTED:  fjs&tevAAV 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  /gg,  Z^fT&J. 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  /fl/1i2CH  lj  (%£</ 
EFFECTIVE  OPENING  DATE:   

TELEPHONE:  7Z.7~¥3S&  

ADDRESS:  /^Y  /#& /lv£;.  . 

 (g2&g£tE/%*dl£f  Mr. 


PROJECT  MANAGER: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  /y^//?c-  kZ^sTirYlftT ^  ^ \5u?F&*£in'UG>  L^Ai A  Zctftes  <^>/n0^E,TBD 
QiLQ.    <5oa*)lTTEa7&  /Z^SAT £%*^U£>  j2t!tB2££Jl  $&SkS(5-&L  &z2£3&L 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  folk 


FOR 


CONSTRUCTION  PROGRESS  REPORT 
THE  PERIOD  ENDING:     /rf/jy    <? , 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  TIME:      /„n  t/2.     )A/.  £>. 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:    $    &SZj  f?92,3£. 
CONTRACTOR:        fia/trosr^  (ZzjO&AjZa 
FROM  (town): 

AWARD  DATE:  A        ^     ^  ^ 

DATE  WORK  STARTED:    ytf^,  /& ,  /9<S?-? 
PROBABLE  COMPLETION  DATE:      J  on  a  &<f 

NO.  DAYS  WORKED  PER  WEEK:  /  

NO.  SHIFTS  PER  DAY:   ^  

NO.  HOURS  PER  SHIFT:   £  


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER:  ^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


/ 


TELEPHONE: 
ADDRESS : 


^<2A  


GENERAL : 


Q/7£       srt<3si  asp/- 


-<J  is* 


/rift 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     £lL  &dJs 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     //fay     <  ,  /7&*f 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH: 
COUNTY: 


//,  //  


CONTRACT  TIME: 


7Q     u/  O. 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:  $  / ,  094,  3&3-^ 
CONTRACTOR :      &a&i££CuL  C*  - 

FROM  (town):       //tlurr  .  srt V ',  

AWARD  DATE:        Apj-U     %  /9&t 
DATE  WORK  STARTED:    Af>*  J  22, ;  15L&± 
PROBABLE  COMPLETION  DATE:     <Dc  /  gf 
NO.  DAYS  WORKED  PER  WEEK:  jgT 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   . 

TELEPHONE: 
ADDRESS : 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


2.6,5-  -  6BZi 


GENERAL :  e>_    s-oact A  s.d    yQsc&jB&CJSL  &x3un      £&  Co m  ;-}/*  /<? 

<3srJ   /A-p     CjCt4X^£MjC&£j£      A/9<,    At>e.+->  <2uUst£i  Amf  — SA> <- it/SU  /« /*7 p — 

/ C?jRC  ■  d^S.  .-3/£c3      >^"%>       dr>*i<°  Aa.u/tlip  oL£2at  /a/inp  

jjst :  <r  £c.   

j/ejn<,      r>,i  jM  4  s&s-cy  *       ,  —  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


3130 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  7,1984 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


SMP  2599-83 


Maintenance  Stockpiles 


Lewis  &  Clark, Pondera 
Cacoado  and  Glooicr — 


CONTRACT  TIME:       82  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  69% 
%  TIME  USED:  64% 
NO.  MEN  EMPLOYED: 


Dec,  19.1983 


$    291 f 640.00 


CONTRACT  AMOUNT: 
CONTRACTOR:        Konitz  Contracting  Inc. 
FROM  (town): 
AWARD  DATE: 


Lewi stown, Montana 


Nov.  30.1983 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

tt.tf 

TELEPHONE : 
ADDRESS 


PROJECT  MANAGER:  S.W.Newton 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


March 

26,1984 

DATE: 

June  1984 

WEEK: 

5 

1 

9 

278-7931 


Conrad, Montana 


GENERAL :        Contractor  producing  STKPL.  Top  Surf,  f "  Gro  4  A  materials  from  pi t 

U  1810-47  in  Glacier  County.  He  has  completed  stockpiles  from  pits  no.  37.?0-7Q 

Pondera  County  and  Cascade  County  Wn.  0140=58  and  the  MjJLford  Caloaeii  p^  noa^ 
Augusta* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:     QT_  f/j^S 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /S?jy    «=?  . 


PROJECT  NO.:    P>/Jm  /Z  )  DATE  SURVEY  AUTHORIZED:   

PRO  J.  NAME:      g  Til/  /Y      A6*>G£/rit;+jr      DATE  WORK  STARTED:  Jr?„  dlu 


LENGTH: 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


TELEPHONE : 


NO.  PERSONNEL  ASSIGNED: 


/ 


%  COMPLETE:        /rf/.  A 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


3.AI  *4il '/?o/xJ  SO% 


CRM/BHB/sw/221E 


DISTRICT:  Get 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       S^t'S 4-  

PROJECT  NO.:    F-S/PF-J-B (?/)^^        DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:  /?Squjsu^j   ■  £   f  U>-  DATE  WORK  STARTED:  ~  %3 

LENGTH:        6>.S  /?7   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    £/?^J    S^ooJ^  TELEPHONE:         43<?--  ^OZZ.  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  97 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU^^y  ^ 

YELLOW  -  DISTRICT  OFFICE  "    '  ^ 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ' //s 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &   

PROJECT  NO.:    fi/Pf^g-/  fe)  /7  DATE  SURVEY  AUTHORIZED:  /_^&Jt£ 

PRO  J.  NAME:  //,  faK  CutfifyjJC  Ce.  fie     DATE  WORK  STARTED:  3-/2-?<h 

LENGTH:  /.  0    yg^/g.   ESTIMATED  COMPLETION  DATE:  ^T-9~^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  J^^qJaJ  TELEPHONE:        *?-34  -20^2-  

NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:  V0  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     G  f  £/4jfr 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        //?Sy    < ,  /?/?^ 

PROJECT  NO.:        //)   S7/Z.     (')  DATE  SURVEY  AUTHORIZED:       4  -Z  -S3 

PRO  J.  NAME:        /<f  r£  As*   -  DATE  WORK  STARTED:  7  '  ^'^3 

LENGTH:   8  /**,   ESTIMATED  COMPLETION  DATE:     4uy  8* 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  C,  TELEPHONE:  Ze6£L=J&&&2  

NO.  PERSONNEL  ASSIGNED:      _0   %  COMPLETE:  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        May  1  ,  1984  

PROJECT  NO.:      M  5225(1)   DATE  SURVEY  AUTHORIZED:  2-1-78 

PRO  J.  NAME:     I  315  Slip  Ramps   DATE  WORK  STARTED:  10-8-80 


LENGTH:  0.5  Miles  JESCKDtKWJBJX  COMPLETION  DATE:  4-3-84 


DATE  SUBMITTED  TO  DISTRICT:  4-3-84 


PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727  4350 


NO.  PERSONNEL  ASSIGNED:      _J   %  COMPLETE:   1QQ 


FINAL  REPORT 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:       Great.  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  1,  1984  

PROJECT  NO.:     M  5212  (1)   DATE  SURVEY  AUTHORIZED:  9-17-81 

PRO J.  NAME:      Gt  Falls-South  Arterial      DATE  WORK  STARTED:  12-10-81 

LENGTH:  8.9  Miles   ESTIMATED  COMPLETION  DATE:  12-31-84 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727-4350  

NO.  PERSONNEL  ASSIGNED:        0   %  COMPLETE:  46  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  3130 


Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:     kay  7 ,1984  

PROJECT  NO.  :     RF  24-3(3)  76   DATE  SURVEY  AUTHORIZED:  N/A 


PROJ.  NAME:     Bownans  North  East  DATE  WORK  STARTED:  Feb.  2,1984 


LENGTH:       7.8  miles   ESTIMATED  COMPLETION  DATE:     May  30,1984 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     S.U.Newton     IJm        TELEPHONE:  278-7931  


NO.  PERSONNEL  ASSIGNED:      _3_   %  COMPLETE:   90 


Work  consists  of  running  R/»i  line  and  ties  to  Qravel  pits. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:      Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         May  3.  1984  

PROJECT  NO.:        R.S.  k^l-l(2)  7  DATE  SURVEY  AUTHORIZED:        0et.  .flp 

PROJ.  NAME:        Fairfield  -  Power  DATE  WORK  STARTED:        Feb.  PI.  1Q84 

LENGTH:  7.0  miles   ESTIMATED  COMPLETION  DATE:     Nov.  15.  1984 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      T.  Hammerbacker  TELEPHONE:  467-^448  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  1,  1984  

PROJECT  NO.:     RS  330-1(6)0   DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:     Ulm  South  (North  Section)  DATE  WORK  STARTED:  11-28-83  

LENGTH :  6.5  Miles   ESTIMATED  COMPLETION  DATE:      8-31-84  * 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     F.  A.  Robinson  TELEPHONE:  727-4350  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  __76  

*  Pending  outcome  of  condemnation  hearing  (Parcel  11) 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:   o3>*aswr  foe 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  dT-  Z^'SV 

PROJECT  NO.:    JgiZ    Cf<3^/ (fr)  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  /i>,±w  Qg££&>  fZ*tD&t~    DATE  WORK  STARTED:  >S-£rC~&V 

LENGTH :  /  poo'   ESTIMATED  COMPLETION  DATE:      <£-  6 

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:      ^    ^w>t;        TELEPHONE:       tSJ?*/ -  <5&2L& 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  / Q<Z>*Y^  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  /^/A 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        S~  ~& 

PROJECT  NO.:    QK.  <2&I&  (=L )   DATE  SURVEY  AUTHORIZED:      /  -&4- 

PRO  J.  NAME:  ^gfegy  fif/J^e.     DATE  WORK  STARTED:         3  Z/^zMH±. 

LENGTH:  /3      '   ESTIMATED  COMPLETION  DATE:    3  -jjtf. 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:  facqj/O        TELEPHONE:  <?34 '-  <2J  

NO.  PERSONNEL  ASSIGNED:  4  %  COMPLETE:  /00   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:    Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     May  7,  1984  

PROJECT  NO.:         BR  9008(10)   DATE  SURVEY  AUTHORIZED:  11/1/83 

PROJ.  NAME:         Dent  Bridge   DATE  WORK  STARTED:  4/3/84  

LENGTH:  1.0  Mile   ESTIMATED  COMPLETION  DATE:  Unknown 

DATE  SUBMITTED  TO  DISTRICT:  5/2/84 

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE:  727-4350  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  31 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  3130 


Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  7,1984 


PROJECT  NO.:     RF  34-3(3)  76 

Roqers  Pass-East 
PRO J.  NAME:       West  Section 


LENGTH: 


3.48  miles 


DATE  SURVEY  AUTHORIZED:      March  2,1983 
DATE  WORK  STARTED:       July  21,1983 
ESTIMATED  COMPLETION  DATE:     June  1984 


DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:      S.W.Newton  LI  Mi  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


278-7931 


0 


%  COMPLETE: 


90 


No  activity  this  period 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:     rrrPat,  Fw11, 

PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:      May  7,  1984  

M.P.  79-3  to  M.P.  89.6 
PROJECT  NO.:      RF  10-2(3)51   DATE  SURVEY  AUTHORIZED:  i?.7_s? 

PRO J.  NAME:      Big  Sandv  -  Box  Elder        DATE  WORK  STARTED:  1-27-84 

LENGTH:  10.3  Miles   ESTIMATED  COMPLETION  DATE:  5-15-81 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Enderson  &  Treftz         TELEPHONE:  727-4350  


NO.  PERSONNEL  ASSIGNED:      _J   %  COMPLETE:  gerf 


Work  consisted  of  making  property  ties,  and  drawing  the  Hyd.  #1  on  Big  Sandy  Creek. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:       Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        May  7,  lQft;, 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


M.P.  55.0  to  M.P.  62.6 
RF  10-2  m  SI  

Loma  -  Rox  Fitter  

7.5  Miles  


DATE  SURVEY  AUTHORIZED:  12-7-83 
DATE  WORK  STARTED:  1-22=83 


ESTIMATED  COMPLETION  DATE: 


6-1 -ft/, 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT: 
G.  Enderson  TELEPHONE 


NO.  PERSONNEL  ASSIGNED: 


727-13  50 
%  COMPLETE:  3^ 


Work  consisted  of  making  Section  ties,  and  plotting  the  Milar  and  Profile. 
Additional  work  is  required  in  resetting  obliterated  section  corners. 
DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:      CLcaat  Fall* 

PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:        May  7^  iQQJ|  

M.P.  72.3  to  M.P  74.8 
PROJECT  NO.:      RR  10-2(3^1   DATE  SURVEY  AUTHORIZED:  12-7-83 

PRO  J.  NAME:        Loma  -  Big  Sandy  DATE  WORK  STARTED:   2-9 -8Z, 

LENGTH:  2.15  Miles   ESTIMATED  COMPLETION  DATE:  SalSaftii 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:        G.  Rnderson  TELEPHONE:  727-1350  


NO.  PERSONNEL  ASSIGNED:       _J_   %  COMPLETE:  90% 


Work  consisted  of  Plotting  Hardshell,  and  picking  up  additional  info  as  time  permits 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:      firBat,  Ffl11a 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        May  7,  IQftJ, 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


M.P.  52.1  to  M.P.  55.0 
RF  10-2(3)51  

Loma  -  North  

2.8  Miles  


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED:  12=6=83 


1  ?^7-ft3 


ESTIMATED  COMPLETION  DATE: 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:   

G.  Endersnn  TELEPHONE: 


727-13  SO 


NO.  PERSONNEL  ASSIGNED: 


0  -3 


%  COMPLETE: 


Section  tie  work  in  progress.  Additional  work  is  required  in  resetting  obliterated 
section  corners. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Ealla 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         May  7f  1981 


M.P.  51.4  to  M.P.  52.1 
RF  10-2(3)51  (Bridge) 


Loma  -  North  &  South 
0.63  Miles  


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED:  5-17-83 


4t13-33 


ESTIMATED  COMPLETION  DATE: 


5-4-84 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:   

G.  Enderson  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


0  -1 


%  COMPLETE: 


Completing  Hydraulic  Forms  and  property  tie  vrork. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


727-4350 


98% 


CRM/BHB/ sw/221E 


DISTRICT:     Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       May  1  ,  1984  

PROJECT  NO.:       IR  15-5  (65)  283  DATE  SURVEY  AUTHORIZED:  5-27-83 

PROJ.  NAME:       Gt  Fal  1  S-Vaughn   DATE  WORK  STARTED:  4-3-84  

LENGTH:  26.2  Miles   ESTIMATED  COMPLETION  DATE:  8-31-84 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       F.  A.  Robinson  TELEPHONE:  727  4350  

NO.  PERSONNEL  ASSIGNED:         5  %  COMPLETE:  12  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:        Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       May  7.  1984  

PROJECT  NO.:       IR  15-5(78)278   DATE  SURVEY  AUTHORIZED:  \2JMJM 

4  Locations  on  115 

PROJ.  NAME:     Near  Great  Falls   DATE  WORK  STARTED:        Jan.  16.  1934 

LENGTH:  0.6  Miles   ESTIMATED  COMPLETION  DATE:  5/31/34 

DATE  SUBMITTED  TO  DISTRICT:  5/2/84 
PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE:  727-4350 


NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  90 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:        EETAJ O) k/E 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        A/lAV    I  \cim 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

F_l6>_-\£l) J  

SiO aJEY  -  N.  O.  C//VE 

ST /Ic/CT cJ RE 

FJA/AL 
P.  1.  u. 

1Z 

DlliE  £0   -  AJ.  of  B/ifcee 

tea/ 

IP  LET 

E£F  1-loCli)  S*9Z 

E.OFLfl/.P.     L/viSQ.  Cl?. 

p.  i.hi. 

ZO 

la  °/o 

3/,  lis 

B€f  HZ  -3(&)  13 

5.  Of  C>LASC.oW  LaaJCiS 

<>r/?.  ,  rfpps. 

PZ£- 

p.  1.  // 

0°/o 

3 J,  In 

lis    201  -Z  (l)>  33 
PiZ€S<>££\/ /LLC-  F/1/?V/eo>s 

S*S>.  .  PsV?S. 

FlrfftL 

P.  1.  n. 

■75"°/o 

tiiir 

A/1  /  ^99  Cl  ) 
UM,  /HE.    is'-*  S.E. -S/OA/eY 

P/vjs,  as/etec^y 

Lds/YU. 

FdQT  PEC/C  -    Ct/)S  LdLn/ 

P/VTS     Os/£RL*H  _f 
IWIO  C/Y 

lli  1 11 

F  2  S  -1  (G)  C± 
CIRCLE-  aJ»  fi  rtf 

P  AnS.     OYE/fC/lY  ? 

Us//  0  e-'Y/sSk 

Puqc  /a 

Zz>% 

FZ-I  (8) 

F/tLLo/Y  Co.  C\/*/C  -  <T  foV 

F/Y1S  OVERLAY 

P.  1.  ti- 

6% 

1 1,1 2s 

F  IS  -I  (z)>  i 

/VMLE<,  C  t  FY  -/V.  La/. 

P/V?S  C>k/Ei?.LAY 

P.  1.  d. 

us  z.s~g-U4)>i 

Q>Ac*An#ll  -  A/.  O.   LJsS  tc 

PsVlS  &Yet2L4Y 

FlE&O 

Tor/fc  •  z^o 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


*7 


DISTRICT:       U/3  O 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       S'  /  -  S^/  

oe>o 


rJ>  S  y  ( 


A 


/' 


CONTRACT  TIME :      2  O    ul  & 


CONTRACT  AMOUNT:     $    /?  9S( ,  #0 
CONTRACTOR:     U  <>JL  d,iU.o^ 
FROM  (town):                  ^q^U^  5^7b/ 
AWARD  DATE:  //-  7-&{@3  


ORDER  TO  PROCEED  DATE:  flprJ  ILrfry 

%  COMPLETE:  IQQ  

%  TIME  USED:  O 


NO.  MEN  EMPLOYED: 


7_ 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


6T 


8_ 


ACTUAL  COMPLETION  DATE:     </-< ^  g</ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  g-i/ 
EFFECTIVE  OPENING  DATE:  )J / A 

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:  ^^uof  fall 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


4^- 
7_ 


3C     ^Zg 7  7 


5*,  i  i  O 


GENERAL: 


uJC^\  Co 


Q  —7 


d     -ft  it.  (  c 


4„Y  /L,9tc4, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  d^W^o 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   

PROJECT  NO. :    F  2-1  (7)  34   L  CONTRACT  AMOUNT:     $  £  7Vg.  SS 

PRO  J.  NAME:      Locate  East   CONTRACTOR:     /g„/^  /k^s  -  Z7*r  CJ.^J 

LENGTH :     //g^    FROM  (town):  f7,/*  ST?^. 

COUNTY:       /ftsjAfr   AWARD  DATE:  j^fy&LS.  

CONTRACT  TIME:       <g£"^.    DATE  WORK  STARTED:  &/^/A3 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  ^ 


%  TIME  USED:       &p   NO.  SHIFTS  PER  DAY:   /_ 

NO.  MEN  EMPLOYED:        £   NO.  HOURS  PER  SHIFT:  g 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     ZU?  JS^e^.-^r  TELEPHONE:  ^3^-/<e?^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _J_       ADDRESS:     2)-^.  g£j^£akt&i 

GENERAL:       /  )0^/c  c/us,r7j  a e/ 0^ flgj^ 

•S^s^^^'Oa*  £ jg ,  C£&j(L  ££CSm   s"f*9c/cJc- fas*?- 

-  S00&>  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


•1 


DISTRICT 


Gl endive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        Mav  1,  1984 


PROJECT  NO.  :      RRS  22-1  CD-lit 

PROJ.  NAME:  2±  Miles  East  of  *'laxville 

LENGTH:   0.8?  Miles 

COUNTY:  Daniels  

CONTRACT  TIME: 


80  WD 


ORDER  TO  PROCEED  DATE:  8-26-8-5 

%  COMPLETE:  ^  

%  TIME  USED:  76  

NO.  MEN  EMPLOYED:   


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT 
CONTRACTOR:  _ 
FROM  (town): 
AWARD  DATE: 


$  410,607 


Riverside 


Paradise 


August  Sr  ia£3 


DATE  WORK  STARTED: September  8 ,  1Q8l 
PROBABLE  COMPLETION  DATE:     June  1984 
NO.  DAYS  WORKED  PER  WEEK:  6 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  James  E.  Baldwin  TELEPHONE:  787-5701 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      -*  ADDRESS: 


P.O.  Box  556 


Culbertson      5921 8 


 Grading  and  oipe  crew  resumed  work  on  the  project  on  April  9. 

Gravel  crew  moved  in  on  April  12,  cnushed  and  stockpiled  plant  mix 
and  cusnipn  aggregate  in  10-10  hour  shifts  and  moved  off  the  proj- 
ect on  April  2Q.  Items  and  percent  complete  are!    Fencing,  riprap, 

and  DP  Concrete-100^,  Gr^ding-b^,  ^rainage  90#.    The  project  as- 
a-whole  is  ~*H%>  complete  with  76%  of  the  contract  time  elapsed. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Glendive 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      May  1f  1984  

PROJECT  NO.:P  rtp  22-2  (31  40  U1  &  2       CONTRACT  AMOUNT:     $  2,468,570 

PRO  J.  NAME:        Plentywood-South  CONTRACTOR:   Hilde  

LENGTH:   4Y£   FROM  (town):  Great  Falls  


COUNTY:   Sheridan   AWARD  DATE:        May  31  .  19&3 


CONTRACT  TIME: 

120 

WD 

DATE  WORK  STARTED: 

July 

19,  198? 

ORDER  TO  PROCEED  DATE: 

6- 

-21-83 

PROBABLE  COMPLETION 

DATE: 

July  1984 

%  COMPLETE: 

8? 

NO.  DAYS  WORKED  PER 

WEEK: 

•5 

%  TIME  USED: 

80 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

7 

NO.  HOURS  PER  SHIFT 

9 

ACTUAL  COMPLETION 

DATE: 

DATE  CERTIFIED  COMPLETE 

BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      James  E.  Baldwin        TELEPHONE:  787-5701  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Jj_       ADDRESS:  P.O.  Box  556  

Culbertson.  Montana  559218 

GENERAL :   Resumed  work  on  the  pro.iect  on  Ajril  9.    Picked  up  and  relayed 

 cushion  gravel  on  the  north  2^-  miles  of  the  projedt  and  applied  

 prime  oil.     3e-..ding  suo-contractor  completed  all  seeding  and  fert- 

 lizing  of  bared  areas  and  slopes  bv  May  1 .    The  '"'outh  2-k  miles  of 

 the  project  being  allowed  to  cure  out  from  last  seasons  over  

 watering-contract  time  not  yet  started.     Items  and  percent  complete 

 are;     Grading,  drainage,  gravel  surfacing,  prime  oil,  and  seeding 

 .,100%;  Plant  Mix  Surfacing  23%.    Unit  1  portion  ofthe  pro.iect  is  

 81%  complete.  Unit  2  is  90/&  completef  the  oro.iect  as-a-whole  is  

 83%  c  .ruplete  with  80'/^  of  the  contract  time  elapsed.     Signal,  signing. 

 and  fencing  work  expected  to  resume  within  the  next  2  weeks.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  ^/feggjgW 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^////^V 

"  »  COKTRACT  _  , 

PROJ.  NAME:    Mites  City         Miles  City  CONTRACTOR:   

LENGTH :      ^ ^    FROM  (town): 


COUNTY :        dj^J^L   AWARD  DATE:     A/q4 /?U*r  JtcS 

CONTRACT  TIME:   DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    JQp^<T^^^  TELEPHONE:  <?^r   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^  ADDRESS:  ^  J? A^A^oj  c 

/Tg^/ft^  S^tp^r/ s^jse?^  c?^/ <T-/c  ?5  ^^^^  AS<j<-/ 
 V>irc. /  6^<r<  $           ^?/e9/#</  <a  <  0/  r 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU  * 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  QgjjJjjlC 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  //I  A  A   /j  f$j£t 

PROJECT  NO.:     /Q/-/  (4)  ZSL  CONTRACT  AMOUNT:     $  793 j  96>/<M 

PRO  J.  NAME:      GAa<*Au)  -  riP/rtf/M  CONTRACTOR:  /rf£ /*P   Outf/*.  £4. 

LENGTH :  g  AJil^S   FROM  (town):  J?/Z//jJ0S  

COUNTY :        JaU&/   AWARD  DATE:      JuZ^  /Ml 

CONTRACT  TIME:  £Q    j*/.  D,  DATE  WORK  STARTED:  69-6/~£2 

ORDER  TO  PROCEED  DATE:      0&-A2-23  PROBABLE  COMPLETION  DATE:  -JAS1/ 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  <ff 

%  TIME  USED:        7fl   NO.  SHIFTS  PER  DAY:  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  ^7  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   J).  Jt/JZfitAeP.  TELEPHONE:  /V<£   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:        A/A^/l/jQ    /rfT.  S92*/# 


GENERAL:  /J Q    „)A£f „jj   TA  f   A%g/?r/  .fiM/yQ   TA*  &£i&L 

4JLL  jferfJ   AA/JArAe  7Asr 

£X4&md   or    jfefA  Ja/J  ft^t  oJamlZ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:    Gle/udi  U/= 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /  / 

PROJECT  NO.:    #3  484  ~  /fe)  O  CONTRACT  AMOUNT:     $  ZJ£?£,Zi/&.  /S 


PRO  J.  NAME:    4lt£UksL£  -S2rr&e.ce.6&£  CONTRACTOR:    H^77l6c^  H  r<?&>   7^£L  ■ 

LENGTH :      /9.6/W,L^3   FROM  (town):  s/isuTV*? 

COUNTY:      /ZouQGX.  /tf   AWARD  DATE:    ^j^jg/gg^g  7,  /%^5 

CONTRACT  TIME:  0.   DATE  WORK  STARTED:    Af^/t^  */.  j9S<£ 

ORDER  TO  PROCEED  DATE:      ^'/C'  PROBABLE  COMPLETION  DATE:     7-/3  ~84- 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  _5  


%  TIME  USED:        3   NO.  SHIFTS  PER  DAY:   £  

NO.  MEN  EMPLOYED:       l&   NO.  HOURS  PER  SHIFT:  j9  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    Qxd/ue  J-  ^IfldmouSL TELEPHONE :      Z 3Z  ~/0  9^3  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       Of/?/ O  f  6//&^c*Js4C/J 

GENERAL:     51  j  (?s7aJtt?a/S       ,   P/Z, ajcgt  £a£L  i  SnZgAjL  C&££S^/La^ 


£Z2k \jt£jM@M&*   /%s/OS  /sffe*./*Jp  /Wert;  ,£/ije?A>f>rAjp 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  <£V^±^£S?r 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  *S~///ffi 


PROJECT  NO.:  /-  ^O^/^S 

PRO  J.  NAME:  Jl^/yf^ 
LENGTH :  9      S77  /  £ 

COUNTY:  CT  W^P^C-'/f^ 

CONTRACT  TIME:       Zl£  O 


CONTRACT  AMOUNT:     $  C,  7    .  ^TQ 

CONTRACTOR :  ^>e>fray  <T  <r<?^JT  /#C , 
FROM  (town):      ^<^T~jTCT    ^7  77 

AWARD  DATE:  ^  /^//&*  

DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  yy 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


2_  O 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


^  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         -5~Ci/ s2 y,/r rtsi/  TELEPHONE: 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


s?7 


GENERAL:         O^O/f7/^     C  <7<VS/s T^cT^? 


c7  /£_  G^/Psfzt/sSf  g&g&gjjfg 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


-\  -, 
3  ~ 


DISTRICT:  ^^^2^, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J5~-/— 


PROJECT  NO.  :   T^D^- <Z^&) ^CONTRACT  AMOUNT:  $ 

PROJ.  NAME  ^gjjfr^  -ZSJe^ST*-        CONTRACTOR:      <£f^g>  (S^S^i  <^S. 


LENGTH :    FROM  (town):  J&/fc*p<r 

COUNTY:     f^&S&yGs?'  AWARD  DATE:  <^-&fi-&&' 

CONTRACT  TIME:      ^6?<9    /%9,Z?.  DATE  WORK  STARTED:  ^-/^-^^  (^&&zryty/C?S ') 

ORDER  TO  PROCEED  DATE:  JT-/^-^?^  PROBABLE  COMPLETION  DATE : ^^S*?  ££t6zx?]&*<5>Sj 

%  COMPLETE:   CSx^S.)  NO.  DAYS  WORKED  PER  WEEK:  3"  

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   ^  

N0-  MEN  EMPLOYED:  /^b   NO.  HOURS  PER  SHIFT:  cE?  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:       ;  ' 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   //h/lfe- /7 TELEPHONE:  /S?^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      Z,      ADDRESS:  -zS/^CiS?* 


GENERAL:   c^^g^S  <&XC»7    <^Sg^  /S<?rpS<&0 

tSa&gS&k^i*  C^c?£rf/&a#7s>  &*r&  O^a*  ^y&^X 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


I 


DISTRICT:  QLeN&VE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  tH* 


JT7?  9^-C>  (23)  /?/ 
PROJECT  NO. :  sPR  ?y-  6  f36)  Zo3 

PRO  J.  NAME :      &LeAin,»*  (OMUl 

LENGTH: 

COUNTY: 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $    V/  IJcLb' 
CONTRACTOR:  Do.yi^k  BlS.cS  4  GiLcliriJ- 
FROM  (town)  :  P*ja/J ,  /Maj.  Gt>7.8/ 

AWARD  DATE:  Z.-ZfrfjV  

DATE  WORK  STARTED:  g<f  


ORDER  TO  PROCEED  DATE 
%  COMPLETE:  O 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


J3_ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 

/2~ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    //.  /^Elty   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     5"  ADDRESS: 


ClrY\  Ante 


GENERAL:        £<ft? Cc*>/re/  /.<     C<r»np/*/<r   an  £~/)sr* <  LUfzt (JjSMiuL 

— A  '  C^an/ro/    /&y0jj/'    y^v-      c/tjf  e)c/7^S  *>*<a/  L*Q  •/ff'tM +,7*J?     r/t/rVJ?  3 

/S    W7*/*S  toy  .  

 77>f  p  *-<" dirt  j/*-^  t/'osi  ^/<vf/;^  e*>  *4-G-2¥ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:     ^  /S/Jc/i'eJtL 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:    /Jay  t  ?<J 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:     $    Jy  O^f  ,  2-C 

CONTRACTOR:        SW  ey&A.  

FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME:         ^Jp  CO '>  O- 


ORDER  TO  PROCEED  DATE:  g-£-f3 

%  COMPLETE:  O  

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:     rft/J.  /7-f3 
PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  E 


GENERAL 


&S3  -/c£~o 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  <^W^f 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     tfS  J3Z^Zfe)/Z 
PROJ.  NAME:    (SggtfjlA  /Jc*LTH& -£xj 4^1 

LENGTH :  /CO/t/,iS*S  

COUNTY:  &/37&*Z.   

CONTRACT  TIME:        %Q  CO.  D.  

ORDER  TO  PROCEED  DATE:  -yT/-  g£ 

%  COMPLETE:  SO  

%  TIME  USED:  tfS"  

NO.  MEN  EMPLOYED:  /Q  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  [)gMA}<>  J.  S^ffta(ff/L      TELEPHONE:  Z3Z~J093   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  £>  A  At/J^pS 

GENERAL:     /^J&e/f  n*J  fZojecJ  co^l    (lesnrtltri  /<L  Z, /fftf 

Uetk  CoA/sssT&z)        A/ey/ssy  $  tf/od/'uy  /  Z,  <s>7^ 
fiOAjg/e r€.    7h   fig /c     <?je/>{/jtufj  S^HLL6lj.  *>a></cu /ssaz/s  rfsZe. 

A  


CONTRACT  AMOUNT:     $  77gff  Zb£.  flO 
CONTRACTOR:   SoSM^SmA  Aidsm.  H/C* 
FROM  (town)  :     dLstA&Uch  ,  #(/e»u  771*1  A 
AWARD  DATE:      /-//ICj  3 1; 
DATE  WORK  STARTED:     *JiJA/eZ3,  /?S3 
PROBABLE  COMPLETION  DATE:     Z>  -Z?-<?4 

NO.  DAYS  WORKED  PER  WEEK:  5"  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  9  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  t/ajdi/S? 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     //)aV  /f 


PROJECT  NO. :  J?S'8£S  438~/C3)£/ 
PRO  J.  NAME:    A/AS^jA  -  a/mM 

LENGTH :        4,Q  /^///T^  

COUNTY :   

CONTRACT  TIME:  k/t£. 


CONTRACT  AMOUNT:     $  /.J7A  3/6.  *J£ 
CONTRACTOR:       C/jj^P  J2£6-t/7£&S 
FROM  (town):        \//c/a£  /T?T. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  7/ 


1  TIME  USED:   

NO.  MEN  EMPLOYED:  £  To  /*/ 
ACTUAL  COMPLETION  DATE: 


AWARD  DATE:  J?6  /9f3 

DATE  WORK  STARTED:  Jty/  /$/ 
PROBABLE  COMPLETION  DATE:  /t-JA// 
NO.  DAYS  WORKED  PER  WEEK:     S  f  to 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  g  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

TELEPHONE:  '343/ 


PROJECT  MANAGER:   J) „  pLyPDrAtrE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:   J2jt6>    ADDRESS:       A/A-t/uA    //7T.  jr<?£i/f 


GENERAL :  fay      tfadLZxj    />/jifxd  ^/A^/'d 

/Serf*  G&dsAjni  C&zul  fi&diced.  dud.  JtesWjAar/ 

<? U W  n>A/j    6/r  y2  srfJT'/. .  /jjjd   4/2  TQjJji  /)/^ 

^/r"  Jf/*7fc£  Mat/.  -tAcaj  gki&cL  Tte.  aajdjete.  7?, 

&/*7fe£  MAT'/.   T/x  /r*,&//  ^  A>Z7~ 

 /Tens — /Psid  /t££&l£    &AyO/*/kr  £££Ll  £*AcJ,jj<f 

J>M/tJAQe>  fat£££ik,  &SfA/>  /  /£  *  /gi/gfef . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  GuFHOiVB 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  /  I9&4- 

PROJECTNO.:     tfS  ^^7'/ (7 )  JZ>  CONTRACT  AMOUNT:     $ /,  /96j877-  C  L 

PRO  J .  NAME :  IZ/Uh  So,  e>  pRoSekul  5<0.  CONTRACTOR:    £  (J.OfhyJ/i So/OZ  IsUC 

LENGTH:         3.  <?  AllLiFS   FROM  (town):    /Lf-/^fit  'lyi  /^QAjrhAJA 

COUNTY:      (?Q&eTAt)n   AWARD  DATE:      /fyyg/l    %  /?64- 

CONTRACT  TIME:       9Q  CO-  Q.   DATE  WORK  STARTED:     /If  A  i'c  /6,  / 9&4- 

ORDER  TO  PROCEED  DATE:      4-50-2^  PROBABLE  COMPLETION  DATE:    Jy/yZ7, /9<g<£ 

%  COMPLETE:  £   NO.  DAYS  WORKED  PER  WEEK:  £~ 

I  TIME  USED:        Z>    NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:       ZO   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  DuA*JcX  5^0  ^Ol/trTL  TELEPHONE:      23 Z-  /Q93  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  <^f~ /^^WJ 

GENERAL:    {jS/on^CTti/S.    ^QA/U    G/Z4cI/ajQ  /9.  dtdSL  SSOOO 


'>9  {sect  o~T  CU/Uf/Zr  A/IS  6f&U  /UJ 7~77lC 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /rfd. y>    /f  /?&*(■ 

PROJECT  NO.  :  stf/C^S    ^CO  7C j  ) 
PRO  J.  NAME:  Q>„  J<ir  p<3  *  £ 

LENGTH:  ^P.  >£T~  

COUNTY:  /?j cyS  cr-^  


CONTRACT  AMOUNT:  $  /  0  $7,  Z  74-.  0& 
CONTRACTOR:  £~o~ s  c/>.    <T,o . , 

FROM  (town): 

AWARD  DATE:  *T~Z<f-£Z, 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  SZ, 

%  COMPLETE:  9S  

%  TIME  USED: 


79 


NO.  MEN  EMPLOYED: 


/ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  /<j/tl 


PROJECT  MANAGER:  A'en.  ^t/aM  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


36S--  Z2~77 


&/e~,J,^ ,  /i-fT-  *£933Q 


GENERAL : 


J2jbJjZ2j£.  dr*-*1  e'tvi  0 /oy     cf       /-  /77<X+y 


&  yet        5?A.ff?-e  J  </-c 


e. 


Jo<y-/~      6"  /ST'  84. 


Ms. 


7 


3- 


J 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  U'?0 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ^  /  -  8 V 


PROJECT  NO.:     RS  2  I  (?)  O 

PRO  J.  NAME:     Jfo  scl«  o  -  (Jo  rjh  *J*s.  j~ 

LENGTH :         /tT.  O   

COUNTY:  Ga^f,<(d  

CONTRACT  TIME:      &Q  od.P.  


CONTRACT  AMOUNT: 

CONTRACTOR:     C/cc^k  ^J^MtH 


FROM  (town):     tf.Jos  flto^k 


AWARD  DATE: 


6 'oX  <-7_ 


ORDER  TO  PROCEED  DATE:     A^JjJL  lHJ 

%  COMPLETE:   3_  

%  TIME  USED:  9 


DATE  WORK  STARTED:  4'/Z-jq. 


NO.  MEN  EMPLOYED: 


/Z- 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   I 

NO.  HOURS  PER  SHIFT: 


A. 


9*i 


/o  ~tl- 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  A///? 

PROJECT  MANAGER:    Ber^J  KetJ^   TELEPHONE:      J^'-  / 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


3  J  O 


GENERAL: 


no 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


district:  QlenJ/yg 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


ySfr/v/  30-/944 


PROJECT  NO.  :  flRS  l-/0(yJC>/0  U'2 
PRO  J.  NAME:  /tyJar  ftver  Br/JfC 


$  £6>,  000. 0O 


LENGTH: 
COUNTY: 


0.  /V  /90s/t>S 


CONTRACT  AMOUNT 

CONTRACTOR:       /2a  // r~ UJcA 
FROM  (town): 
AWARD  DATE 


£0 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:   4-/6  ~  0 
%  COMPLETE: 
%  TIME  USED: 


DATE  WORK  STARTED:         4/-       -  &  V 


NO.  MEN  EMPLOYED:  S' 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO. 


/  


HOURS  PER  SHIFT:  Var/0#f 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     //d  V  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  CS/Z/;S^?</  sstS/fc//,!*?    4jt&rgL        /J  <^ 


'  jo 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  QLo^^S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /for//  ^0'Sf<?4 

PROJECT  NO.:     SA//*  CONTRACT  AMOUNT:     $  //J r  0$ 

PRO J.  NAME: 


LENGTH: 


\\    /rfasr*'/'  S/o /e &  CONTRACTOR:      £^A±S-  ^Q^^~ 

A// A  r_  FROM  (town) :     //ZJfJ  <fsA/  

COUNTY :  MctJ^JXatsCv "// fflfafoj  AWARD  DATE:      /f/ae/.  Sd  -  /?<?3 

CONTRACT  TIME:       £g  uJ.  Q.   DATE  WORK  STARTED:      3-  £0 

ORDER  TO  PROCEED  DATE:  /tZ-/?-&3  PROBABLE  COMPLETION  DATE:    4-  30-  gj/ 

%  COMPLETE:  #0   NO.  DAYS  WORKED  PER  WEEK:  JT 

%  TIME  USED:  j/J   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:  <^   NO.  HOURS  PER  SHIFT:  7e  /JZ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  j/yj 

PROJECT  MANAGER:  A/ol/a/s^ U C  >7  TELEPHONE:  (jJ'J  - / 0 S~ (3 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /-  £       ADDRESS:       ZPo^P^7   Q~f  M>f/a/Al/c. 


GENERAL: 


^'^ouc/-/^,/^  -for-  7t4{T  ^"^^V  /a J  a/jo  dfrt 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  &L£AJ 'D /v/ '€ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


I  3.  O    /VI I  L€S 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


ESTIMATED  COMPLETION  DATE:  jSVjv/jV 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


DATE  SUBMITTED  TO  DISTRICT:      H Izi  I 

   TELEPHONE :   

%  COMPLETE: 


Q  % 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  6>L£rtOn/€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:       A/) A  V  / 

 /  


PROJECT  NO.:  JZ£  g*/  -  H(tj)  \^  DATE  SURVEY  AUTHORIZED:  4 1  <:  I X  H 
PROJ.  NAME:     PlZAI2l£  <Qa.  C/^/e-^esr  DATE  WORK  STARTED:   ' 


LENGTH:  C  S.    ^/l€S   ESTIMATED  COMPLETION  DATE:     LllPI 111 

DATE  SUBMITTED  TO  DISTRICT:  ^/zihH 

PROJECT  MANAGER:  TELEPHONE:   -~  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  °A 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:    ^  L£ Vv 'Ol W£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /V?//y    /  /^/V 

PROJECT  NO.:      B^    <7o  *4l    (2  I  DATE  SURVEY  AUTHORIZED:  ///zj//V 

PROJ.  NAME:      E /}S  T    f~OjC/T   S//*>  T6*//V  DATE  WORK  STARTED:   ^  

LENGTH :  g.-j   ESTIMATED  COMPLETION  DATE:  *//jO//r 

DATE  SUBMITTED  TO  DISTRICT:  V/n/gV 
PROJECT  MANAGER:  -"W  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  «Vo 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Qj^f^t^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ytforsj/ 

PROJECT  NO.:     gff  jggjgjgg  (jjj.  DATE  SURVEY  AUTHORIZED:    /£-  £  -£3 

PROJ.  NAME:    /gy  Afyjtyy  DATE  WORK  STARTED:  <?/- 

LENGTH:      ^  ^ svs/e   ESTIMATED  COMPLETION  DATE:  ^-Jj7-gtf- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    /l/ziUd/fa t/ /     A        TELEPHONE:  ^^7-/^  

NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:  <£^7  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^/£Vc//V£ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /t/f/  /  /fjV 

06L  ^0/0    (7)  DATE  SURVEY  AUTHORIZED:  <f  3 

DATE  WORK  STARTED:       /Z~/C>  ~<f  3 


Q.-3 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    /\/o\JaKo  TELEPHONE:  ^^"3 

%  COMPLETE:  *7£~%> 


NO.  PERSONNEL  ASSIGNED: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  G/^Atf/lJ£. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /77/fV /  I9j^£_ 

PROJECT  NO. :                                                DATE  SURVEY  AUTHORIZED:     //- f  -f  3 
PRO  J.  NAME:  £&d Uitfee^    &U£4_        DATE  WORK  STARTED:             ~  /  ~ 
LENGTH:  Q.  i£g^  /tS/*£S  ESTIMATED  COMPLETION  DATE:   


DATE  SUBMITTED  TO  DISTRICT 

PROJECT  MANAGER 


A/o\JaJ(o  \/Sc~/l        TELEPHONE:  -  /O  SjO 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  6,LCaJD\\/€: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /W/tV   /  .  \c}2i4 


PROJECT  NO.:     BE     tfO  II    U*)  DATE  SURVEY  AUTHORIZED:      la/~Ll  IS3 

PROJ.  NAME:     A/O/Zrti    rOE/cr    PH ILUPS  DATE  WORK  STARTED:        3/ltl  &4 

LENGTH:  A.  S   /S7ILCS   ESTIMATED  COMPLETION  DATE:     £&S*t0L  €TeO 

DATE  SUBMITTED  TO  DISTRICT:      Hizi  jjM 
PROJECT  MANAGER:      B.    IC£LCV              TELEPHONE:           3  zJLHJL& 
NO.  PERSONNEL  ASSIGNED:  T.  %  COMPLETE:   I  OO  °/»  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       -y.  j?^   

PROJECT  NO.:  <?„y  ?  SA,  >  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  {3&u£J&*£A*lG> )    DATE  W0RK  STARTED :  _a   

LENGTH:  ,  ?  a  /V,'/r<   ESTIMATED  COMPLETION  DATE:      W7  V?^ 

DATE  SUBMITTED  TO  DISTRICT:      <y-s7  #4' 

PROJECT  MANAGER:  £j&UfL  TELEPHONE:  .3 /.       J.  0  ?  7  

NO.  PERSONNEL  ASSIGNED:         V   %  COMPLETE:  %,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  (£/e/udiu£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. :    tfg    ^QQ^Lfd)  DATE  SURVEY  AUTHORIZED:    QeCetr\lpeKJ~lf  ff&3 

PROJ.  NAME:     ToA^iJtT  PiJ<?/Z  &/2'dq<».    DATE  WORK  STARTED:  

LENGTH:  3 SU//<5   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   DSkly  h mfl^ffL,     TELEPHONE:  Z3Z-/o93  

NO.  PERSONNEL  ASSIGNED:   %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  &l£aJOi\J£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      A  O  g  h    MAi  I     1^2  4 


PROJECT  NO .  :      g£    ^Q^U  CI  ) 


DATE  SURVEY  AUTHORI ZED :       \l I0tt*i 


PROJ.  NAME:       7~  M  DM  P£c>sJ  CC €£C     DATE  WORK  STARTED:    <>- 

entree  cc.   

LENGTH:  ^  ^   Unites.   ESTIMATED  COMPLETION  DATE:     flPlZ/j  I^SS 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED 


DATE  SUBMITTED  TO  DISTRICT:      flPfllL    Zl     f  <?W 

 - — :   TELEPHONE:   

  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Z>LC/\IOW£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /V7/7V     /  , 


PROJECT  NO.:  £$  7_L>1  -  Z  Cl )  34  DATE  SURVEY  AUTHORIZED:  ^jJ/j/ZZ 
PROJ.  NAME:     S<MJr/t    Cr   S//#OuseiC     DATE  WORK  STARTED:   ^ 


LENGTH:   Z.q   MilCS  ESTIMATED  COMPLETION  DATE:  J/jp/j'.r 

DATE  SUBMITTED  TO  DISTRICT:  *//zl/r</ 

PROJECT  MANAGER:   TELEPHONE:   ^2ll  

NO.  PERSONNEL  ASSIGNED:         >w  %  COMPLETE:  & 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  6>LCa/0\\/£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       /V9/?V    f  ,  <c?2^ 

PROJECT  NO.:        A/1     1^01    i  l\  DATE  SURVEY  AUTHORIZED:  ^//^/ig 

PROJ.  NAME:      NlrJTH  /V '  C.    tJ.C.-       DATE  WORK  STARTED:  Zl  L>l  %  H 

£/OnJ£V 

LENGTH:   A.  44   ESTIMATED  COMPLETION  DATE:  Slzslg*4 

DATE  SUBMITTED  TO  DISTRICT:      <j/"Ll/ 24 

PROJECT  MANAGER:        B.   IC  C  L  ii  TELEPHONE:  76  jf-  Z  9  11  

NO.  PERSONNEL  ASSIGNED:  4  %  COMPLETE:   g   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  64,£tJdl\J£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  TRE  PERIOD  ENDING:  Jj  /9&4 

PROJECT  NO.:     f*/Z~3  fl)  DATE  SURVEY  AUTHORIZED:  /-25S4 

PROJ.  NAME:  /fectS ~  6l)u)    DATE  WORK  STARTED:  7-^4  

LENGTH:        /SJ   /flj/p^   ESTIMATED  COMPLETION  DATE:  V-/51 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    J).J)lJ£Or/l£fc  TELEPHONE:       7V<£  'J43 I  

NO.  PERSONNEL  ASSIGNED:     ^2  TO  4         %  COMPLETE:  ^/Q  


DISTRIBUTION-    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     £>L£j*Jo  I  \/f 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       M/7  V     I  {BJjj 

PROJECT  NO.:      £   ~LL>  -  I  C /)  3  DATE  SURVEY  AUTHORIZED:       fr/zi/i  I 

PROJ.  NAME:     S/QA/eV  -  /V  P.  L.j*/C       DATE  WORK  STARTED:  <7/z.  /  g< 

LENGTH:  S.O    /VI  IC  <TS   ESTIMATED  COMPLETION  DATE:  C/z^h^ 

DATE  SUBMITTED  TO  DISTRICT:  ^jlzjjjH 

PROJECT  MANAGER:       g.  {£LtV  TELEPHONE:  ZCS  -  Z21~\  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:    £~  Vo 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  &//"Of£ 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Af/^i  /  3Q  /£#4- 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

rLKIOD 

• 

% 

COMP 

EST 

COMP 

DATE 

£  /4-±(3j  JOS  

5>^4  cum  a  7~  cues  "F 

0 

~?-#4 

^e~co>~*y  trot  cr*  cT>7~ 

Pre 
F.T.f-/, 

/& 

8 

IZ-&4- 

f.T.H 

/04- 

iZ-&4 

/e  s_  3a  #2J  Of  J  0 

#ZH 

r?  / 

4-  7 

*  ■■ 

t€S_  3'ozi  -  rffj  0  _ 

■ 

/Z-&S' 

(~?ra        ^"(rrTn^e  / 

SO 

8-34 

M  -  6$J? /_(']_ 
/  S7~  A       Lau  rc  / 

Cc/rd  JfJ&r/^ 

si  i 

7-S-4- 

Overlay  %  Vidtuvc, 

Pre 

P.zj-t. 

s 

a. 

Pr<, 
RTJ4 

4h 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT:  d*jUL<S/&£> 


CONSTRUCTION  PROGRESS  REPORT 
i  PERIOD  ENDING:       /W/)V    2.  / 


PROJECT  NO.:     //£  <?g  -& 

PRO  J.  NAME:  A>,»r   £  f'exJ 

LENGTH:  SM ,Le.^  

COUNTY:    TvucerG *as\  £ Stl i.t*AT&<L 
CONTRACT  TIME:     90  £a3ojcO^G  jJ/K? 
ORDER  TO  PROCEED  DATE:    S'-JZ-  g£ 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:    $  Sf  ^t/}S^/.  9& 
CONTRACTOR:    toa/urVte  CzWTK.  Cz. 
FROM  (town):    6*jgffAT  fhccS^  MaWTT 
AWARD  DATE:   


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  ///i*Ty»A*!) 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:       /Q  e*>*JST>eucT /d>K±      fMEerr/Ai^,    ousts    /J&aO  sA 

TWg    idt  STRICT   (Ofir/riC£^    <pa)    At&t  /9£<£.   A/o  U>ei&d 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /$,juu*)<;3 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        A)  AY  JL}  /9?4- 


PROJECT  NO.:     /^90-Sf9&)  £j  S 
PRO  J.  NAME:     Pfi^Cw  g.ftO, 
LENGTH :  /  £  O  HULB^ 

COUNTY :  ^TiU.U,aT<**.  

CONTRACT  TIME:  8&JSktA£i£&  d*** 
ORDER  TO  PROCEED  DATE:  9-/9-X3 

%  COMPLETE:  «ff»,s»  

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:    $   jgf  j££  4£ 

CONTRACTOR:  ^MA 

FROM  (town):  6,LA/a/GS  

AWARD  DATE:  X-JZ.t-  fcg  


DATE  WORK  STARTED: 


9-7*3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     /T,  jJ^jer^iA^  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  d,^U/A/G  S 


GENERAL:   ^  (AJcxf.k.     //*3  /4fS&sJ  £>Ai  TKeL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         /Y)dV  £f  19X4- 


PROJECT  NO.:  Sj£9c&Ui)  U-Z 
PRO  J.  NAME:       W^^yJ  Ctf&SiT 

LENGTH:  Af^gS  

COUNTY:  &G  /Js>*a)  

CONTRACT  TIME:  ?Q uk^/tSG  d/)V2 
ORDER  TO  PROCEED  DATE:  ^-/6-«flg> 

%  COMPLETE:   £S  

%  TIME  USED: 


CONTRACT  AMOUNT:     $  /  4>9/, 
CONTRACTOR :     g&£j££  Sa*HJ  f'S & , 

FROM  (town):  ^/j:/a/6S  

AWARD  DATE:   


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     X<  {/a*r/»#AJ  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^  ADDRESS: 


GENERAL:         <ZZt>*s7-7eAC.—n^    ^Ja?^      <£o^,/4C£-r/S<&     /<2c/y<zs*/<Z  r^/£Z 
 Stsse/r   sQaj/D  £j&  /Ztf^A/tz  7~7/-£,  SUbk>*i*2&2e* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


--apFOR  THE  PERIOD  ENDING 
I-ID  90-9(36)  531  U-1 
I-ID  90-9(38)  549  U-1 

PROJECT  NO.:F-74-1  (2)  0  U-1 

Fencing  Lodge  Grass  to — 
PRO  J.  NAME:  Wyoming  Line  


CONSTRUCTION  PROGRESS  REPORT 

April  30 „  1984 


CONTRACT  AMOUNT:     $  486,990.61 
CONTRACTOR:     Crow  Tribe  of  Montana 


LENGTH: 
COUNTY: 


24.1  mile 


Big  Horn 


FROM  (town):  Crow  Agency,  Montana 
AWARD  DATE:     July  5,  1983 


CONTRACT  TIME: 


See  Contract 


DATE  WORK  STARTED:     July  26,  1983 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  _9]  

%  TIME  USED:  0 
NO.  MEN  EMPLOYED:  0 


7-5-83 


0 


PROBABLE  COMPLETION  DATE:  5-1 -85 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  N/A 

PROJECT  MANAGER:  Schaak  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  0 


34>2501 


TELEPHONE :  _ 
ADDRESS:      P.O  Box  366 


Wyola,  Montana  59089 


GENERAL:      No  work  was  done  on  the  project  during  the  reporting  period.  No 

 more  work  will  be  done  on  the  project  until  the  Roadway  Grading 

work  has  progressed  sufficiently  to  allo\i  the  completion  of  all  of 

the  remaining  contract  items. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  3iU.lt/GS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -Sj-7-i34- 


PROJECTNO.:  JI03C-3(3C)  S3l  U2. 
PRO  J.  NAME :  LoDGGG/eAS>S>  -  rrti 

LENGTH :  //.7AJ///5S  

COUNTY :     Bjjg  Horn  

CONTRACT  TIME :  Z£Q  UhztOUC  Da^ 
ORDER  TO  PROCEED  DATE:  /0-3i-a?b 

%  COMPLETE:       £  ^  

%  TIME  USED:  3%  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  \4-f  1Z3}  gTJZi 
CONTRACTOR:    BQiSekJaQflSfiflf  €&l£E.I*JCt 
FROM  (town):  Bcm^WCQAta 

AWARD  DATE:  3-3a-<a?>  

DATE  WORK  STARTED:  Z-Z7-&4-  

PROBABLE  COMPLETION  DATE:     \Q-\  -fis 

NO.  DAYS  WORKED  PER  WEEK:  J?  

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  9 


ACTUAL  COMPLETION  DATE:  — . 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  -w 

PROJECT  MANAGER:  O.C.  /Ott£TCSoa/  TELEPHONE:  633-2429 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     )©  ADDRESS: 


GENERAL:     P/gQ<S£gsS  GxOGEU   tnntPK  <a/  Rgn^ggSS  QU&UJ&JIUS 

fi/ranjAJK      P>^/ai^  nnucr  pre^n  fSr/).  Jm±£Q  7^  Sza^&S&Xi  t 
STA  Th  5TA  f?fiCHOQr  tfgjg  mSStk  fe/jJC  uLsJjSO^I  f=Z>"" 

Pe&iMGK  /VE/if>  -  STfnrT-ujp^m.  it/=m^~  ttj^jjeee/A/c 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:     April  30,  1984 

I  ID  90-9  (62)  543 
PROJECT  NO.:     P  74-1  (2)  0  U-2  CONTRACT  AMOUNT:     $  7,977,895.95 

PROJ.  NAME:      Wyola  South  &Wyola  Conn.    CONTRACTOR:     Hilde  Construction  Company,  Inc. 


LENGTH: 
COUNTY: 


5.8  Miles  FROM  (town):     Great  Falls,  Montana 


Big  Horn  AWARD  DATE:     August  26,  1983 


CONTRACT  TIME:     220  WD   DATE  WORK  STARTED:  4-9-84 


ORDER  TO  PROCEED  DATE:     August  29,  1 983  PROBABLE  COMPLETION  DATE:     8-1 5-85 

%  COMPLETE:        3    NO.  DAYS  WORKED  PER  WEEK:  _5  

%  TIME  USED:     _1_4   NO.  SHIFTS  PER  DAY:  1  

NO.  MEN  EMPLOYED:     _7   NO.  HOURS  PER  SHIFT:  9 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      R.  Schaak   TELEPHONE:  343-250T  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _2_       ADDRESS:  P.O.  Box  366  

Wyola,  Montana  59089 


GENERAL :      Martinez  Construction  Company,  an  approved  sub-contractor,  began 

work  on  the  project  on  4-9-84.  Work  in  progress  consists  of  installing 
drain  culverts  throughout  the  project.  .  

Drainage  items  are  15#  complete.  

A  two  person  engineering  crew  is  assigned  to  field  office  and  

inspection  work.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


ft 

DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     April  30 ,  1984 

PROJECT  NO.:     I  ID  90-9  (38)5^9  U-2         CONTRACT  AMOUNT:     $  7,261,180.56 

PRO J.  NAME:      Wyoming  Line  North  CONTRACTOR:     Hilde  Construction  Company,  Inc. 

LENGTH:        5.2  miles   FROM  (town):     Great  Falls,  Montana 

COUNTY:        Big  Horn   AWARD  DATE:        August  5,  1983  

CONTRACT  TIME:       220WD   DATE  WORK  STARTED:       September  6,  1983 

ORDER  TO  PROCEED  DATE:     8-5-83  PROBABLE  COMPLETION  DATE:   6-1 5-85 

%  COMPLETE:  24   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:  23   NO.  SHIFTS  PER  DAY:   2 

NO.  MEN  EMPLOYED:     _27   NO.  HOURS  PER  SHIFT:   9 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      R,  Schaak   TELEPHONE:  343-2501  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     11_       ADDRESS:  P.O.  Box  J>66  

Wyola,  Montana  59089 

GENERAL:      Hilde  Construction  Company  resumed  work  on  the  project  on  4-5-84 
 Work  in  progress  consists  of  grading  between  stations  1091  to  11 70 

 Grading  items  are  40%  complete,  Drainage  items  are  55%  complete , 

Structure  items  are  17%  complete. 

 A  1 1  person  crew  is  assigned  to  construction  layout  and  inspection 

work. 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/a  7 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      4'  /S4 


PROJECT  NO.:   J/?94'Z  CZ3)5Q 
PRO  J.  NAME :     //te#/9A7  /J/US 
LENGTH:       //  <?  /tijc£S  


COUNTY:    VeiJX>u>Srone.  ^  7fe 
CONTRACT  TIME:      90  W.  O  


CONTRACT  AMOUNT:    $  ^  /Q7} 
CONTRACTOR:   /4/3g  tfovsT  £o.s  Tmc  . 

FROM  (town):  /=aULS  

AWARD  DATE:      //-3Q  &3  


DATE  WORK  STARTED: 


2-/7-84 


ORDER  TO  PROCEED  DATE:  4~/6>~84 

%  COMPLETE:  73  

%  TIME  USED:  9  

NO.  MEN  EMPLOYED:  3Z  


5L 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


/o 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ^ 
EFFECTIVE  OPENING  DATE:  ~- 

PROJECT  MANAGER:    Q/)utD  P  SWUMA*/   TELEPHONE:      &5£  -  481 0 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    Jl_       ADDRESS:     DsPT  OF  //WS 


dctsre/Z,  /V77 


GENERAL:  Wag*1  (LoNSlSTSO  OF  £uZFACt"&  W<TH  PL  mm  Surf.  t3.j 
£Zg&*£St£  (Bu&BL  SjO/TOIESi  /r>erAt  /cVXlj  Re/nooc  &/?est=T 

Trews         P&?£e*/T/i&e<;  of  CompL£na*f  /?/Ze  /?s  follows  : 
S^e/^/kifA/C  lT&n<   72 G>t//i&o  £a/l.  3f?o)  /??/st.  77&r7s 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     April  27,  1 984 


PROJECT  NO.:       F  57  -  3  (13)  103 
PRO J.  NAME:  Grassrange-West 

LENGTH:  9.7  Miles  

COUNTY:  Fergus  

CONTRACT  TIME:  80  Working  Days 
ORDER  TO  PROCEED  DATE:  6/21/83 

%  COMPLETE:  _86  

%  TIME  USED:  _75  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Robert.  A.  Passnw 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


CONTRACT  AMOUNT:     $  1,373,185.80 
CONTRACTOR:   Glenn  Rehbein  Excavating,  Inc. 

FROM  (town):      Lino  Lakes,  Minn. 
AWARD  DATE:        May  31,  1983  

DATE  WORK  STARTED:  July  28,  1983 
PROBABLE  COMPLETION  DATE:  7/1/84 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


TELEPHONE :  428-2425  

ADDRESS:       P.O.  Box  844  

Grassranqe,  Mont.  59032 


CONSTRUCTION  SUPERVISOR: 


GENERAL :  Seal  &  Cover  and  Epoxy  Paint  are  the  only  ma.ior  items  not  completed 
 on  project.  


Project  personnel  are  assigned  to  other  projects. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      April  27 ,  1984 

PROJECT  NO.:       F  57  -  3  (09)  121  CONTRACT  AMOUNT:     $  5,517,998.81 

PRO  J.  NAME:       Winnett-West   CONTRACTOR:    Hilde  Construction  Co.,  Inc. 

LENGTH :   9.1  Miles   FROM  (town):  firpat.  Falls,  Mont. 

COUNTY:     Fergus /Petroleum   AWARD  DATE:  8/5/83 


CONTRACT  TIME:    162  Working  Davs  DATE  WORK  STARTED:  8/30/83 

ORDER  TO  PROCEED  DATE:    8/26/83  PROBABLE  COMPLETI 

%  COMPLETE:    17  NO.  DAYS  WORKED  P 


%  TIME  USED:    9   NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:        68   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        RnhPrt  A  Pas<;nw         TELEPHONE:  428-2425 


DATE: 

1984 

WEEK: 

3  to  5 

2 

9 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  10  to  12ADDRESS:      P.O.  Box  844 


Grassrange,  Mont.  59032 


GENERAL:  Work  accomplished  this  period  consisted  of  Hilde  Construction  Grading  with  60 
men  working  2-9  hour  shifts  5  days  a  week  moving  Unclassified  Excavation .They  compl eted 
crushing  and  stockpiling  Cement  Treated  Base  4-23-84.  On  4-24-84  they  began  crushing 
and  stockpiling  Plant  Mix  Surfacing  Gr.  B.  Subcontractor  Martinez  with  4  men  worki ng 
1-9  hour  shift  5  days  a  week  preparing  pipe  beds  and  installing  pipe  drains.  Sub- 
contractor Monte  Azure  with  4  men  working  1-8  hour  shift  5  days  a  week  finished 
4-11-84  constucting  all  the  farm  fence  that  he  can  at  this  time. 

Items  and  percent  complete  are  as  follows:  147,549  Cu.  Yds,  of  Excavation 
Unclassified  for  36%;  5272  units  of  Traffic  Control  Devices  for  11%;37,000  Cu.  Yds  of 
topsoil  has  been  salvaged  and  stockpiled  for  55%;  10,669  Cu.  Yds  of  Culvert  Excavati on 

for  65%  267  Cu.  Yds  of  Bedding  Material  for  71%;  Drain  Pipe  18"  72'  Lin  Ft.  for  5%; 
24"  1296  Lin  Ft.  for  54%;  48"  206  Lin  Ft.  for  100%;  72"  612  Lin  Ft.  for  81%;  84"  116 

Lin  Ft.  for  100%;  58"  420  Lin  Ft  for  100%;  Farm  Fence  Type  FB  M  3267  Rods  for  87%;  Type 
F5M  1471  Rods  for  73%:Single  panels  FW  75  ea.  for  40%;  Double  panels  FW  160  ea.  for  109%; 
Temporary  Fence  450  rods  for  85%;  Farm  Gate   Wire  Type  G-2  750  Lin  Ft.  for  78%. 

Traffic  is  being  detoured  onto  the  new  subgrade  between  Sta.  242+00  and  Sta.  270+00 

the  detour  is  gravel  surfaced. 

DISTRIBUTION:     VtfHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


//a 


DISTRICT:  *8;//,„fS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /?&4- 

PROJECT  NO.:      /ft  /aoZ   (z)  CONTRACT  AMOUNT:     $  £57.  3S/.  S3 

PRO  J.  NAME:       7P/M  f>oc*  'RoAG  CONTRACTOR:       0*,,*  .  3~/l?C. 

LENGTH :   Q.  39   /V/t<?3   FROM  (town):     5/Wv<hS.  /&6#7XA[£ 

COUNTY :  ^/^ivj^f  AWARD  DATE:       6/OJ££ai&£g.  7 

CONTRACT  TIME:  USO&&a>6  fiAVS  DATE  WORK  STARTED:  /4  n&4- 

ORDER  TO  PROCEED  DATE:     /)pf,/  /C,  *fS+  PROBABLE  COMPLETION  DATE:     Qcr.  /.<f 

%  COMPLETE:   ZC%   NO.  DAYS  WORKED  PER  WEEK:  £ 

%  TIME  USED:  // ^   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  3   NO.  HOURS  PER  SHIFT:   g 

ACTUAL  COMPLETION  DATE:  /y/d 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  A//ti 
EFFECTIVE  OPENING  DATE:  ////J 

PROJECT  MANAGER:       £  /T7  to* A*/  TELEPHONE:         24-3' 3 8Z7 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:      4-_       ADDRESS:       Ddr^r  Or   ///<$„  USa K$ 

GENERAL:       2gg  /ttr/novc  WAr&X  g£2£gXg££.  t  r&u  J  /Cf/»6V£-  Z g^T^/jusa, 
W/>t<.  'Testis  /ao'Z  c^A^Ty.  77/^  r*7Z>j&yi  gtojtL&ces, 

Pl4*f  /?7/k  ~>o/?m£S»e>&  JyPe  'te" /fos  £/?c/s//<?/^  £  5%&£&CG& 

//PCS * 7-  bL/trs/TUerje .  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^^ffa 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        frlgy  Z  /  9^ 


(Yl  io\e  (a) 


PROJECT  NO. : 
PRO  J.  NAME:   4±fa&  a/  377 
LENGTH: 
COUNTY: 


CONTRACT  TIME:  QMMXkUbt  d/UZ* 
ORDER  TO  PROCEED  DATE:  ^- 

%  COMPLETE:  j£7  

%  TIME  USED:   

NO. 


MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


$  99Z,.oo 


CONTRACT  AMOUNT: 
CONTRACTOR:     fftidLAtJ/i  jExacTjU* 

FROM  (town):     /4,jU/a/& 3>  

AWARD  DATE:  9-  &3  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    jf.  /J**r/Yt/}d  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:  x/>  l/*s    xSjg^S/J    AoaJM.     <s>*/   ~rU£  /'^JetZTT 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Ss^/A^S 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /M/t/  /¥&4- 

PROJECT  NO.:      tf£  <>  CONTRACT  AMOUNT:     $     4-3.  £3£,  <LO 

PRO  J.  NAME:     /)&S/>&n         CO  c#*ffit£K  CONTRACTOR:       "ZtoAAj     SOJUS  <^*S r*s»/ 

LENGTH :  /Q.  £  /TJ/tes   FROM  (town):  £2&"Z&U4 

COUNTY:        <r/^  ia/a  7~£?&   AWARD  DATE:     "jZS^MgJL  JSg  /?&4- 

CONTRACT  TIME:       3Q  WoR/c/A/^  £H^5  DATE  WORK  STARTED:      /tf/t/Ccs/  Z4>y  /fS4- 

ORDER  TO  PROCEED  DATE:  /£.Ma4-  PROBABLE  COMPLETION  DATE:     Jf/jf/  ZS,/9#4 

%  COMPLETE:   &Q   NO.  DAYS  WORKED  PER  WEEK:  S 

%  TIME  USED:  SO   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  £~  NO.  HOURS  PER  SHIFT:  & 


ACTUAL  COMPLETION  DATE:  AJ //} 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  /I//* 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:      <g  /ff  ^.O/P/l/U  TELEPHONE:       Z4g  5SZ7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:        GF^r.  6/^  4/64*64*5 


GENERAL:  D,#r   /!# Q  A r/oAJ  /S  CLosM  /36^7~£F. 



si.*?  cot:  //t/_5/>f^r/^  ^  <£gg&C^^g<C.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        April  30,  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  TIME: 


CT  314-1(6)33 


Busby  -  Kirby 


12.4  miles 


Big  Horn 


120  w.d. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  93 
%  TIME  USED:  69 


7/13/83 


NO.  MEN  EMPLOYED: 


22 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  3.395,736.80 
CONTRACTOR:  Sletten  Const.  Co. 

FROM  (town):  Great  Falls,  Mont. 
AWARD  DATE:  June  22.1983 


DATE  WORK  STARTED: 


July  29.1983 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


7/15/84 


10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

H.  Ottman   TELEPHONE :  592-3628 

7         ADDRESS : 


PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Dept.  of  Highways 


Busby,  Mont. 


GENERAL :   The  contractor  resumed  working  April  6,1984.  Work  in  progress 

 is  paving,  fencing,  forming  &  placing  concrete  for  cut  off  walls  S  

 slope  protectors,  and  clean  up  of  slopes  and  ditches.  

 Items  and  Percentages  of  completion  are  as  follows:  Misc. 

 Items  83%,  Removal  Items  98%,  Exc.  Items  98%,  Culvert  Items  98%,  

 Surf.  Items  93%,  Cattleguards  100%,  Fencing  Items  70%,  and  Structure 

Items  98%.   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      4~ /'S4  

PROJECT  NO.:    ^/VP  449 9 '83  CONTRACT  AMOUNT:     $  279j  73Q>DO 

PRO  J.  NAME:   ^fm£  j7/>,A/T£/S/%UO£  CONTRACTOR:   g'CXfy/ZT  doAJST/?uCTlOfJ 

LENGTH:  STVCkR>uz  (town):   /P7/{£TS  &rj>  

COUNTY:    ^^^^^^g  AWARD  DATE:  //3Q-83  

CONTRACT  TIME:         9OU0.   DATE  WORK  STARTED:  3~&'&4 


ORDER  TO  PROCEED  DATE:     /2~/9~£3  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:  55?e>   NO.  DAYS  WORKED  PER  WEEK:  £ 


%  TIME  USED:         39%   NO.  SHIFTS  PER  DAY:  2 


NO.  MEN  EMPLOYED:  9  NO.  HOURS  PER  SHIFT:  /Z 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:   /)MQ  £  ^dtW/JMA/        TELEPHONE:     -ZfS  V&&£ 


8S*>-  48IO 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     £_       ADDRESS:     QjfPT.  <D/=  //W  <rS 


GENERAL:      V/oRK  Co/JSiSTeQ   of  C/?u$»'"C  Yz//J.  <gg  44  /V/IT^/fiL  /*/ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  2?///,^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7  J  <? 

Z^OOTRACT  AMOUNT:  $_ 


PROJECT  NO.  :  jprp-  J4~3(4)  frfr  *  trf<& 

PRO  J.  NAME:        Sc.*.  I  ^'aw*  r- 
LENGTH:  Zesj.  '/e*  /  <£ 

COUNTY: 


CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME:  Q»  e+LeAte  J  J994- 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   

%  TIME  USED:   


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL 


f- 


A 


A. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  //^  ? 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7  -  & <4-  

PROJECT  NO.:     //£~S  4S-Z(l  \  3  7  CONTRACT  AMOUNT:     $  g7,y^.Q,gt? 
PROJ.  NAME :  dope  jU 4U»,Uif  SEZS. CONTRACTOR:  jr„e, 

LENGTH:  t   ££   FROM  (town):  >d  e^k/^^,  • 

COUNTY:    AWARD  DATE:  -  a  9  -  A? 

CONTRACT  TIME:  J^.WD   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  

%  COMPLETE:  -  o  -  NO.  DAYS  WORKED  PER  WEEK: 


%  TIME  USED:  -o  -   NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      23aA  Z2a  *£gg  TELEPHONE:         ^SS-  -  /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  g  ^x  /  

GENERAL :  ./l*  J ^  „  I ^  A  „  *d ^  <•  *   mUAJt  S/r 
 /f&p         jr>/**,s   -Ato  J>e  f        ^ark'  7^  . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  CS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         JS*-  7-  8"f- 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT: 


CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


/^jtyr      Smj»  JkfL (Sjoa 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:     &<9--/6  &4 

%  COMPLETE:   £  

%  TIME  USED:  &  

NO.  MEN  EMPLOYED:        7  -  J  4.  

ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS : 


PROJECT  MANAGER:  <fu  U  T>~  L^r-^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  7 


<T3  4.S7 


GENERAL 


•An  7t«h+4C 


/ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

//J3 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-7~8'4- 


PROJECTNO.:  K*-ir*)T 

PRO  J.  NAME:  S^^^-^^^UM 

LENGTH :   ASLaJ.  iL 

COUNTY :              U/A**.  +  U>,J 
CONTRACT  TIME:   oto  W  n 


CONTRACT  AMOUNT:     $    S/  „0 
CONTRACTOR:  A 
FROM  (town): 
AWARD  DATE: 


/J a.  r-d  j  +r 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


»  e  - 


—  a  — 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PEft|Hl££:' 


<y<g  - 1  -  g± 


ACTUAL  COMPLETION  DATE: 
DATE  CERTIFIED  COMPLETE  BY  QISTRICT  CONSTRUCTION  SUPERVISOR:** 
EFFECTIVE  OPENING  DATE:  %       *****  * 


PROJECT  MANAGER:  T>*L  X2a*2xl£  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


43^ 


GENERAL: 


OA 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:    &  '///j,^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  >5~~  7-/?^ 

PROJECT  NO.:      ffif   <V?  /  £  £z)  CONTRACT  AMOUNT:     $  /^g^^^ 

PRO  J.  NAME :  S^dprnm^:  *****  UtiL  CONTRACTOR:  f/yMh   

LENGTH:  J         *   FROM  (town):    

COUNTY:  ^„lJe*    t£jk#  AWARD  DATE:   <?<g  -J?Jl£&  

CONTRACT  TIME:  <3o  x^/D  DATE  WORK  STARTED:  S3  

ORDER  TO  PROCEED  DATE:    G2z*£z£&         PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  /^^   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  £  /   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:     04  SO- S 4- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     T)a  j<*   jgklSfcg  TELEPHONE:  53*  -  *7 3 7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  B*     <+■  S I  

GENERAL:         Lt/*r  (^  />„         /g  h  J  fy*- .  I  Ji^   

jl.://  A*    SLmJimtUdasL  ta  OuxLx*£  + — r>r*  c  ^  

k  s?~y  AT  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  d^Mi^SL 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /rf/)r  <Z. 

PROJECT  NO.:      A/f  Q.  )  DATE  SURVEY  AUTHORIZED:       A  JO-*?- 

PRO  J.  NAME:  .  ^c/irO  DATE  WORK  STARTED:    

LENGTH:    ESTIMATED  COMPLETION  DATE:  #a//c. 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /At^n** *J  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  /f/X././A/tZS 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /tf/lf  ^  /9&& 

PROJECT  NO.:      ^    9*  f&  ( 9 ')  DATE  SURVEY  AUTHORIZED:  £X^±^3- 

PROJ.  NAME:  Sjjga&r&C  Q™&£.  DATE  W0RK  STARTED :  ^-^^.-^4- 

LENGTH:    ESTIMATED  COMPLETION  DATE:      z/aJ/c  . 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     j/t  ///f^r^arJ  TELEPHONE:  -   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^jjUJJgjSA 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       /TlAv  ^  /  ?f<£ 

PROJECT  NO.:                          S  fc  )           DATE  SURVEY  AUTHORIZED:  /-sO-ft- 

PROJ.  NAME:               C^^^   St^cTZ       DATE  WORK  STARTED:  Z £zOE 

LENGTH:   -   ESTIMATED  COMPLETION  DATE:  g^i^ 

DATE  SUBMITTED  TO  DISTRICT:  ^-/-S^ 


PROJECT  MANAGER:      /trf  j/mt^aJ             TELEPHONE:  - 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   soa 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Billings 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      April  30,  1984  

PROJECT  NO.:       DP  314-1(1)18   DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:       Busby  -  South   DATE  WORK  STARTED:  3/2/83 


LENGTH:        14.4  miles   ESTIMATED  COMPLETION  DATE:  5/31/84 

DATE  SUBMITTED  TO  DISTRICT:   % 

PROJECT  MANAGER:       H.  Ottman   TELEPHONE:  592-3628  

NO.  PERSONNEL  ASSIGNED:  Q   %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  *25/^/A/6_3 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Mjj^j. 

PROJECT  NO.:     f  S3- /  fe)  &  DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:    *2?s///»fj      3£c>AO  t//evJ     DATE  WORK  STARTED:  /- 

LENGTH :         ZS.  4  <F5   ESTIMATED  COMPLETION  DATE:        //- S  4~ 

DATE  SUBMITTED  TO  DISTRICT:  /2-S-S3 

PROJECT  MANAGER:  TELEPHONE:  24-8-  ?l  z?  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:  4- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU  ~77/£:/z<?  /*fc>  P<?& Pc,<e:  /f.{S/ti 

YELLOW  -  DISTRICT  OFFICE  7£  COoGi^  CvO  T7//5  /O^cJ-^zr: 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         /tfjy  £ 

PROJECT  NO.:     /  />  ?g  S  <£SG>  DATE  SURVEY  AUTHORIZED:      j>-  3  -  gg 

PRO  J.  NAME:     ^^g^^g      S„£T.  DATE  WORK  STARTED: 


LENGTH:   ry),U?-!=>  ESTIMATED  COMPLETION  DATE:  /-/7-<ftg- 

DATE  SUBMITTED  TO  DISTRICT:  ^-/7-J>/<^ 

PROJECT  MANAGER:         (Jg&Z&g^  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   s€>Q  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


/  5  •) 
/  -  ■' 


DISTRICT:  ^ZjC^a^s 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /yljJY  ^  /y^^ 

PROJECT  NO.:     /,£  9a  -&  feg)  SSS  DATE  SURVEY  AUTHORIZED:  C-ZS-*^ 

PRO  J.  NAME:  r  GA^T  DATE  WORK  STARTED:  ,Z~S~g3 

LENGTH:  //,  Z   SH;<C*C^   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     A< //x>s*7S*>4aJ  TELEPHONE:  4j3&  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  /$ t      aJO  z> 


PROJECT  NO, 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /rf/M  ^ 


//?  <?Q~7  (fj)  377         DATE  SURVEY  AUTHORIZED: 


PRO  J.  NAME:  G~££Y  fibrf  &  f<ul.  DATE  WORK  STARTED:  y2-/S-S'3 
LENGTH:  %  g>   /^//^s>   ESTIMATED  COMPLETION  DATE:   


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:            //gjgr^>*AJ  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:   %  COMPLETE:   

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


J  2* 


DISTRICT:  &,'//,'„ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  *5~7  ~  &4 

PROJECT  NO.:     F 67 -*3C i DATE  SURVEY  AUTHORIZED:    J4-/Z  -5^j 
PRO  J.  NAME:  Moart.  ^^,W^/,  DATE  WORK  STARTED: 

LENGTH:   t  At'./*!*   ESTIMATED  COMPLETION  DATE:     7-  /-  fj- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     "fig  U  T)P  S/Tj^e  TELEPHONE:  ~  ?  ?3 1  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:  3  T  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 
December  15,  1983 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


February  15,  1984 


PERCENT      %  WORK  COMPLETED 


TYPE 

TIME 

AND  ESTIMATED 

CONTRACTOR  AND 

PROJECT 

LOCATION  LENGTH 

WORK 

USED 

COMPLETION  DATE 

CONTRACT  AMOUNT 

MT  ERFO  81(4) 

Helena  NF,  Lewis  &  Clark,  .123 
Broadwater  &  Powell  Co. 

X081.X001  &  X001 

91% 

62% 
09/13/83 

U.S.  Small  Business  Adm 
Morning  Star  Ent . ,  Inc. 
(Subcontractor ) 
$279,000.00 

FHP  19-1(2) 
FHL  19-K2) 

Darby  -  Lost  Trail  4.451 
Bitterroot  NF 
Ravalli  County 

Grading,  Base,  + 
Bituminous  Paving 

25% 

43% 
08/30/84 

Washington  Const.  Co. 
$2,526,990.35 

MT  ERFO  81(3) 

Avalanche  Creek 

Benton,  Ohio  &  White  Gulches 

Lewis  &  Clark  County 

Grading,  Damage 
Repair 

3% 

Swan  &  Sons ,  Inc  . 
$231,891-50 

OM-AD  18(9) 

Fergus  &  Wheatland  Co.  22.982 

Gravel,  Surfacing 
(E000) 

0% 

19% 
05/15/84 

Konitz  Contracting,  Inc 
$356,732.00 

MT  FH  12-1(1),  Whitefish-Eureka,  25.432    Grading,  Base  and  Morrill  Asphalt 

RRS  5-3(18)145,  Olney  Underpass,  Bituminous  Pavement  $3,186,808.40 

FH  72-1(1)  &  Star  Meadows  &  (1000) 

FH  79-1(1)  Good  Creek  Roads 


